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Insert A: Project Budgets and Schedule - Key 


Budget: RIDOT publishes an updated budget estimating reasonable costs Schedule: RIDOT publishes an updated schedule to identify key milestones 
for the life of the project. Initial budget reflects the budget at thetime the for a project. Advertise is when the contract documents are complete and 
Design was completed, a bid was accepted and a Notice to Proceed (NTP) the project is advertised for bids. Notice to Proceed (NTP) is when the 
was provided to the Contractor. If Initial Budget is blank it is because the construction contract is awarded and work may commence (the date of 
project is pre-NTP. Projected budget is the current budget at the close of the purchase order). Site Active estimates when construction activities will 
the current quarter. Difference displays any variance (+/-) between the physically begin for the project. Complete identifies the point in time at 
Initial Budget and the Projected Budget. Projects trending under budget which the project may be deemed substantially complete, and ready for use 


will be highlighted in green, those trending over budget willbe highlighted by the general public. Completed phases will be shown with full dates and 
red. shaded fields. Status identifies the current phase the project is in: Design, 


Advertise, In Construction, & Substantially Complete. 
Spent: Provides the actual values billed to the project to date. 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $0.203 NA $0.158 
Construction $15.300 $15.956 $0.656 $15.460 5. . ; 
Other NA $3.115 NA $2.966 eb aiaeler ein ia ea; erage 
Contingency $0.765 $0.000 ($0.765) $0.000 %~C tes = 
Total NA $19,274 $18.584 e Const ucvon Cianee Ordet ca 
Design as Percent of Construction: NA 
Edel Uae: eee ~ Other as Percent of Construction: 20% 
Design: Includes costs for design contractor/consultant Performance 
Construction: Includes costs for construction contractor services Anticipated Completion at NTP: Identifies the substantial completion 
Other: Includes costs for right-of-way acquisitions, utility work, date which was established at the Notice to Proceed (NTP) phase 
project oversight # of Months Late: Displays the difference between the Anticipated 
Contingency: Budgeted value to be utilized to address unforeseen Completion at NTP with the current Schedule Complete date. 
issues. Contingency value is a reflection of the risk remaining on the Positive values indicate that the project is behind schedule and are 
project. highlighted in red; negative values indicate that the project is ahead 
Budget Contingency: At notice to proceed, budget contingency is of schedule and are highlighted ingreen. 
typically set at 5% of low bid. % Construction Change Orders: Ratio of the value of approved 
Schedule Contingency: At notice to proceed, schedule contingency is change orders versus the original contract award value 
typically set at 10% of the contract duration. Deviations from this Design as percent of Construction: Ratio of the budget values for 
standard may occur due to winter shutdown. Winter shutdown Design versus Construction 
typically takes place from December 15 from April 15 but is weather- Other as percent of Construction: Ratio of the budget values for Other 
dependent. costs for producing the project versus Construction. 


Total budget estimate to deliver the project. 


PTSID: Project Tracking System Identification — A unique identifier in RIDOT’s systems to track schedule, budget and asset related activities. 


Type: Identifies the RIDOT Project Pipeline which sponsors the project (Bridge, Maintenance & Operations, Pavement, Storm water, TAP/Other, Traffic, & Transit) Comingled 
Design: Historical financial information for Design costs were not tracked to the project level. As of 2015, all new Design contract costs are tracked to each individual project, and 
RIDOT has begun to track design costs to the project level for most Legacy projects going forward. Due to this inaccurate reporting, it is not possible to identify design costs at 
the project level for most legacy projects. For Legacy projects where design was comingled, initial total project costs are NA. Design Build Contracts - Design build contract 
funding allocation appears as follows: Design consultants that generate the Advertising documents will be reflected in the Design line; the Contractor/Design team will be 
reflected as one total in the Construction line. Additionally, the time for a design-build contract to be awarded from advertisement to NTP is anticipated to take between 6-8 
months. 

Note: All dollar values are in millions and rounded to the nearest $100,000.00. Substantially completed project budgets now reflect updated budgets throughout the life of the 
projects (this includes punchlist activity that occurs after SC) 

Note: When all project within a Federal Fiscal Year are substantially complete, they will be removed from the report at the end of the current Federal Fiscal Year. 


Color Coding: Additionally, certain key items are color coded throughout as indicators of performance, as described below: 


On Time On Budget Change Orders 
Status Color Status Color Range 


On-Time 
0-6 months behind 
6-12 months behind 


0-5% 
On-Budget S a 
Over Budget ° 

10%+ 
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Project Summary Lists 

2017 PHOS As sscicaceeses seta cakes Sektcesacaaacadeeih caused SuacuahctsSeate cena euceca er aachaaesueacedsasceu ssaaucssews eaaenasl stauauaroauemastesscbuntamtcenaec Aa 
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Changes from Last Quarter 
Changes to Schedule this QUAM Miisiicccssicccstcedesiccdestccdcentccestccccantcccubbedcuateccuubsccuecdduateccuuntdccuntedcuvbacdveadedyynbed <puaccdvuawens A-57 
Changes to Budget this Quarte tess.sczscc sacs ces casiees cs decesaiecuacevaetvens obi saceavieideaseaceledevectesteaiel Sissavaeen euisiaatesleieaneensisianndeasersatees A-59 


Index of Projects by Municipality 
Index of Projects by MUMICIPAlity..cci.2..:.escsisicscsessccusssges sav svecacdadessuacisti a sestsciaestedeese) sch vested caeseaeachsh snsbuzvdelndchades seageeseseeesh deadeses A-60 
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FFY17 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 ] 01-Feb-18 | 18-Jun-21 

Design $0.343 $0.343 $0.000 $0.321 
Construction $6.957 $7.500 $0.544 $7.048 ts ; ; : 
Other $1.711 $2535 $0.824 §2.485 Sg eect ail a aUNTE: pEmela ray 
Se aes ney Pp ($0.400) ries % Construction Change Order: 7% 
or - : - Design as Percent of Construction: 5% 
pelp ae IEE B RIDGE pad Other as Percent of Construction: 34% 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Sep-17 | 30-Jan-18 | 15-Nov-19 
Design $1.155 $1.155 S0.000 $1.151 
Construction $5.797 $6.009 $0.212 $6.220 ee : ; ee 
Other $3.700  $2.100 ($1.600) $1.437 ae eleee cones Cee te. eee 
Contingency $1.958 $0.258  ($1.701) $0.000 eeanecton cyan Omer 7% 
Ves $12.610 $9.522 $8.807 Design as Percent of Construction: 19% 
PTSIDS OF IsE IPE: BRIDGE Leeacy Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [32 
Design $0.534 S0.629 $0.095 $0.528 
Construction $15.915 $16.025 $0.110 $16.476 _ . ; : 
Other $2.731 $2,812 $0.081  §2.090 ee ed aeNtr: py May 20 
Contingency $0.875 $0.589 (S0.286) $0.000 ee eaneucion Change eran 1% 
fetal 320.055 _ 520.055 319.094 Design as Percent of Construction: 4% 
PISID: O18 PPE BRIDGE peice Other as Percent of Construction: 18% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jul-17] 24 
Design S0.637 S0.637 S0.000 $0.631 
Construction $2.056 $2.056  $0.000 $1.970 a ; ; Bee 
Other $1300 $1360  $0.060 $§0.964 ie eee aaa SNE 30-30-13 
Contingency $0.163 $0.103  ($0.060) $0.000 BP GOnehintGn crenge Oren 6% 
otal $4.156 $4.156 $3.565 Design as Percent of Construction: 31% 
PE EE ee INGE EOI Ereaey Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Sep-17 ] 28-Feb-18 | 16-Aug-19 
Design S0.700 $0.932 $0.232 $0.931 
Construction $12.450 $13.657 $1.207 $13.535 -_ ; ; : 
Other $2.753 $2.556 ($0.197) $2.548 sale ae een: 30-Nov-19 
Contingency S0.700 S0.000 (S0.700) $0.000 9% Censtruction Change Order 10% 
Total 316.603 __ 917.145 317,014 Design as Percent of Construction: NA 
PTSID: 0143W ayEe« BRIDGE Legacy Other as Percent of Construction: 19% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $2.532 $2.532 $0.000 $2.499 
Construction $12.373 $12.779  $0.406 $12.560 — vay 
Other $4122  $4.260 $0.138 §2.123 eens ar NE cee! 
Contingency $1.670 $1.127  ($0.544) $0.000 Ceara as Gaenee Order 2% 
mote 320.697 __$20.697 317.182 Design as Percent of Construction: 20% 
PIE eet RED ERIEGE Eeeacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 
Design $1.749 $1.749 $0.000 $1.611 
Construction $34.533 534.533 $0.000 $35.736 ee . : 
Other $3.285  $3.285 $0,000 $2.657 Se a aineae to adlal artes 31-May-21 
Contingency $3.047 $3.047. $0.000 $0.000 a CanshLicHon Change Hider: 1% 
Total 342.613 342.613 $40.004 Design as Percent of Construction: 5% 
EIS. OtAu Type PUREE Legacy Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design $0.846 $0.796  ($0.050) $0.720 
Construction $16.907 $20.130 $3.223 $19.404 oer . ; 
Other $3535  $2.509 ($1,026) $2.828 pple cater a auNEE: EEN 
Contingency $1.350 $0.050 ($1.300) $0.000 o Gannetan Ghanee Bree 19% 
Level $22.638_$23.485 322.952 Design as Percent of Construction: 4% 
eRe Syl UM SEES Leeaey Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design $0.872 $1.072 $0.200 $0.993 
Construction $15.400  $21.000 $5.600 $20.317 a4 . ; 
Other $2.089  §2.204 $0.115 $2,535 a ete pais oi 30-Apr-21 
Contingency $0.800 $0.585 ($0.215) $0.000 o Canstruction chai eOrder: 10% 
Total $19.161 $24.861 $23.845 ie 6 . : 
Design as Percent of Construction: 5% 
a a EE EpIDee Eepeey Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design $1.534 $1.534 $0.000 $1.534 
Construction $19.229  $19.312 $0.083 $18.346 a ; ; 
Other $2.615  $5.802 $3187  $5.770 bincias Sen as gee 31-Dec:19 
Contingency $1.900 $0.000 ($1.900) $0.000 bGanctruction Change Order: 0% 
Weel $25.278__ 526.649 325.650 Design as Percent of Construction: 8% 
Pees eke NSE BRIDGE Coeaey Other as Percent of Construction: 30% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.460 $0.579 $0.119 S0.377 
Construction $8.477 $8.891 $0.414 $8.840 a ; ; os 
Other $1.453 $1,369  ($0.083) $1.526 ee acne: eee 
Contingency S0.450 S0.000 (S0.450) $0.000 SA Gonetriction Change Ordex A% 
ota 310.840 __ 510.839 310.743 Design as Percent of Construction: 7% 
EnSIDy Stan aE ER GE Legacy Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Sep-17 | 12-Dec-17 | 13-Nov-18 | 
Design $0.600 $0.560 ($0.040) $0.552 
Construction $6.800 $7.200  $0.400 $7.085 ae : ; eee 
Other $1512  $1.149 ($0.363) $0.956 HS cet Alaa Ue 30-Jun-19 
Contingency $0.350 $0.000 (S$0.350) $0.000 eaeoneCnton crenge One’ 9%, 
otal 39.261 $8.909 $8.593 Design as Percent of Construction: 8% 
ETSID Done INGE S BRIDGE Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 | 21-Dec-17 
Design S0.000 S0.000 S0.000 S0.000 
Construction $250.630 $269.814 $19.184 $183.103 ae . ; : 
Other $121.776  $56.699 ($65.077) $31.168 fill eee ar NTE: SLE KTeerae! 
Contingency 537.595  $16.757 ($20.838) $0.000 oa Construction Change race 9% 
Total $410.000_5343.270 pals.274 Design as Percent of Construction: 
PB eure EES BUGe Peeaey Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Sep-17 | 03-Jan-18 [18-Nov-19 
Design S0.650 S0.860 $0.210 $0.859 
Construction $9.400 $9.620 $0.220 $9.620 ae : ; ere 
Other ($0.067) $1.951 $2.018 $1,914 eee ames ae NUE 31-Dec-19 
Contingency $1.410 $0.000 ($1.410) $0.000 eee ee change Grien rE 
Uae 311.393 _$12.431 312.393 Design as Percent of Construction: 9% 
PRUE WARIS UN ABs EVAIB SE peso) Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17] 11-Jan-18 | 17-Apr-19 
Design $0.379 $0.379 S0.000 S0.367 
Construction $1,511 $1.579 $0.068 $1.581 Se ; ; Seas 
Other $0.824  §0.824  $0.000 $0.655 ee een: 31-May-19 
Contingency $0.075 $0.007 (S$0.068) $0.000 3% Construction Ghaneé Order: 5% 
ots! $2.789 $2.788 $2,603 Design as Percent of Construction: NA 
Pislb: OOL4r EE eee Leeary Other as Percent of Construction: 52% 
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Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [31-Aug-17 | 11-Oct-17 | 24-Jul-20 
Design $0.150 $0.331 $0.181  $0.287 
Construction $12.320 $12.520 $0.200 $11.878 — eee 
Other $5.220  $§3.935 ($1.285) §2.771 eee one gue: cia eae 
Contingency $1.358 $0.012  ($1.346) $0.000 Seances Gaenee Order: "1% 
Vee! $19.048__$16.798 314.936 Design as Percent of Construction: NA 
ETsiD; Otege INFE: ERIDGE Eeeaey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 24-Jan-18 | 31 
Design $0.425 $0.530 S0.105 $0.425 
Construction $12.137. $12.137  $0.000 $12.935 - . : ee 
Other $3,032  $3.198  $0.166 $1.810 Se inact ala apn: 31-Aug-20 
Contingency $1.214 $0.942  ($0.272) $0.000 oe Construction Chaneé Onde: 7% 
Total $16.808 516.808 $15.170 Design as Percent of Construction: 4% 
pislDe Duan EYPERe eee Leeacy Other as Percent of Construction: 26% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Apr-17 | 31-Jul-17 [28-Sep-17 | 
Design S0.000 S0.000 S0.000 50.000 
Construction S0.500 $0.500 S0.000 S0.475 ae ; : dee 
Other $0.327. §0.327. $0.000 + $0.161 fe cece aa aun: Ramee) 
Contingency S0.066 S0.066 S0.000 S0.000 % Construction Change Order “5% 
Total 30.893 30.893 30.636 Design as Percent of Construction: 
PISID: Q084C ENV Es Oren ane Leeacy Other as Percent of Construction: 65% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.544 $0.544  $0.000 $0.495 ee : : Pe 
Other $0.322  §0.322 $0.000 $0.159 ee cee alee BENNIE: eRe 
Contingency $0.066 $0.066 $0.000 $0.000 Sree erter ae caanee orden 0% 
Vee 30.932 30.932 30.653 Design as Percent of Construction: 
SE ee MBE SORE SeTNs poeacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: SApra U7 Poise T 72 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.578 $0.600 $0.022 S$0.554 i . ; aes 
Other $0.322  $0.300 ($0.022) $0.269 Uae aa ae 31-Oct-17 
Contingency S0.066 S0.066 $0.000 $0.000 SE eRtinn ai change Biden A 
tote! 30.966 $0.966 $0.823 Design as Percent of Construction: 
PISID: 00844 EE OPER ATIN Legacy Other as Percent of Construction: 50% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.000 $0.000 $0.000  $0.000 
Construction S118? $1.182 $0.000 $0.899 — gran 
Other $0.449  $0.494 $0.045 —-$0.360 eta oes as cite Leas 
Contingency $0.113 $0.068  ($0.045) $0.000 Ceara as Gaenee Order “1% 
Vee 31.744 31.744 31.259 Design as Percent of Construction: NA 
PIES ee EE ROE ERSUINS peo) Other as Percent of Construction: A2% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [28-Apr-17 | 31-Jul-17 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.863 $1.978 $0.115 $1.900 seg . : a ee 
Other $0,429 0.314 ($0.115) §0.181 Anticipated pice at NTP: 30-Jun-18 
: # of months late: 
Contingency $0.133 $0.133 $0.000 $0.000 % Construction Change Order: 3% 
rot $2.425 $2.425 $2,081 Design as Percent of Construction: 
PISID: GO8EX ere Oren Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-17 | 31-May-17 | 31-Oct-18 
Design $0.000 $0.000 $0.000  $0.000 
Construction $2.011 $1.816  ($0.195) $1.664 oer . ; ees 
Other $0.839  $0.716 ($0.123) $0.657 pie caer a BtNIE: al 
Contingency $0.252 S0.430 $0.178 $0.000 Sra nterCeTan Grenee Orden "17% 
Vee 33.101 32.962 32,321 Design as Percent of Construction: 
pe eeuN EE eR ERIN Lena Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [31-May-17 aaa y= 9 
Design $0.422 $0.443 $0.021 S0.288 
Construction 55.198 $5.348 $0.150 $5.336 a4 . ; : 
Other $1.076  $1.506 $0.429 1.464 ee auth oe S 
Contingency $0.635 S0.000 (S0.635) $0.000 % Construction Change Order 3% 
Total $7.331 $7.296 37.089 Design as Percent of Construction: 8% 
peSIDE 0201 PE Dee rvalillisa Eseeey Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.046 S0.046 S0.000 S0.000 
Construction $1.929 $1.929  $0.001 $1.612 am ; ; ete 
Other $0.406  $0.466  $0.060 $0.409 bincias Sen asd eee 31-May-19 
Contingency $0.140 $0.080 ($0.061) $0.000 OA HU Tn Grange Order "16% 
Weel $2,521 $2,521 $2,021 Design as Percent of Construction: 2% 
PUES ae SEE E SSNS [eeacy Other as Percent of Construction: 24% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17 | 25-Jan-18 | 27-Jul-18 | 
Design $0.133 $0.133 S0.000 S0.066 
Construction $1.100 $1.123 $0.023 $1.123 si , : eepes 
Other $0.847 $0,388 ($0.459) $0.349 fb ances oa ar NTE ae 1-Aug-18 
Contingency $0.055 $0.000 (S$0.055) $0.000 SA CaneiGHOn Change Gee 10% 
Total $2.135 $1.643 $1.538 Design as Percent of Construction: 12% 
pisiDe e173 TEESE OVEMENS Eeeoey Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [L27-Dec-16 | 28-Apr-17 | 06-Dec-18 | 
Design S0.500 S0.500 $0.000 $0.122 
Construction $6.200 $6.606 $0.406 $6.326 =f : : Cate 
Other §2.437 $2.317 ($0.120) $2.048 oi aeera aaa BUN 30-Nov.18 
Contingency $0.314 $0.028  ($0.286) $0.000 Ce eae Grange Once 39, 
Uae 39.451 39.451 38.497 Design as Percent of Construction: NA 
PIEMEE EIU ae EVEN Base) Other as Percent of Construction: 35% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.600 $0.380 ($0.220) $0.380 
Construction S6.786 $6.682 (S0.103) $6.682 See ; : : : 
Other $1.093  $0.955_($0.138) $0.955 fcc aaa ae peo LS 
Contingency $0.339 S0.000 (S0.339) $0.000 % Construction Change Order 1% 
Total 38.817 38.017 38.017 Design as Percent of Construction: 6% 
PUSID: QOBBA PPE AVENE LeEacy Other as Percent of Construction: 14% 
Budget Spent NTP 
Initial Projected Difference To Date Schedule: 
Design S0.400 S0.420 $0.020 $0.218 
Construction $3.000 $3.000  $0.000 $1.605 ee : : Stee 
Other $1.317 $1337. $0.020 $0,529 ee coe e e 2ENTE pA Naas 
Contingency $0.300 $0.260  (S0.040) $0.000 Secret caanee orden "8% 
oral 35.017 35.017 92.352 Design as Percent of Construction: NA 
SI es EE EEN ponaey Other as Percent of Construction: 45% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 6=reb= 1s) si=augers 
Design $0.414 $0.338  ($0.076) $0.338 
Construction $5.278 $5.018 (SO0.260) $5.018 _ P . cette 
Other 1.194 $0.778 ($0.416) $0.778 UU aac al ae 30-se0-18 
Contingency $0.238 $0.000 (S$0.238) $0.000 SE eRtinn ai change Biden 2% 
otal $7.123 $6.135 $6.135 Design as Percent of Construction: 7% 
plslBs G0810 iE EEN Legacy Other as Percent of Construction: 16% 


Budget Spent 

Initial Projected Difference To Date 

Design $0.710 $0.710  $0.000 $0.573 

Construction $3.135 $3.135 $0.000 $2.396 

Other $0.941 $0.941 S0.000 $1.272 

Contingency $0.149 $0.149  $0.000 S$0.000 

Total $4.935 54.935 $4.241 
PTSID: 0081K TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.767 $0.384 (S0.383) $0.384 

Construction $4.751 $4.502  ($0.250) $4.502 

Other $2.197 S0.899 ($1.299) $0.897 

Contingency $0.200 $0.000 ($0.200) $0.000 

Total $7.915 55.784 $5.782 
PTSID: 0081W TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.390 $0.465 $0.075 $0.358 

Construction S4.637 $5.169 $0.532 $4.874 

Other $2.735 $2.420 (S0.315) $1.080 

Contingency $0.300 $0.008  (S0.292) $0.000 

Total $8.062 $8.062 $6.312 
PTSID: 0081R TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.130 $0.205 $0.075 $0.112 

Construction 53.960 $4.094 $0.134 $4.028 

Other $1.242 $1.196  (S0.046) $0.862 

Contingency $0.198 $0.035 ($0.163) $0.000 

Total $5.530 $5.530 $5.002 
PTSID: 0166H TYPE: PAVEMENT Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.110 $0.110 S0.000 S0.070 

Construction $0.880 $0.880 $0.000 $0.744 

Other $0.525 $0.525 S0.000 $0.229 

Contingency $0.044 $0.044  $0.000 S0.000 

Total $1.559 $1.559 $1.043 
PTSID: 0173S TYPE: PAVEMENT Legacy 


FFY17 


Complete 


Advertise NTP 


Schedule: SUI) | See ais) 
Anticipated Completion at NTP: 31-May-19 
# of months late: [6 
% Construction Change Order: 0% 
Design as Percent of Construction: 23% 
Other as Percent of Construction: 30% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-May-18 
# of months late: 
% Construction Change Order: -4% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 20% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 47% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 31-Aug-17 
# of months late: 
% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 29% 


Advertise NTP Complete 
Anticipated Completion at NTP: 31-Dec-18 
# of months late: 

% Construction Change Order: 2% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 60% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: soep=) fpPlaepee= 7 i2iepee=is 
Design S0.600 S0.600 S0.000 $0.493 
Construction $5.900 $5.980 $0.080 $4.149 oe ie 
Other $2.238  $2.238 $0.000 1.500 ee acne: SERENE 
Contingency $0.295 $0.215  ($0.080) $0.000 rancor Change Gree = A% 
mora 39.033 39.033 36.142 Design as Percent of Construction: 10% 
PESIBE Oise Rise Secu etL Legacy Other as Percent of Construction: 37% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [16-Aug-17 | 25-Oct-17 | 18-Sep-18 
Design $0.300 $0.132 ($0.168) $0.132 
Construction $3.334 $2.432  ($0.902) $2.432 we : ; eae 
Other $1.299  $0.673 ($0.625) §0.673 nS coe lL 30-Nov-18 
Contingency $0.202 $0.000 (S0.202) $0.000 oA Conctetion eens orice "14% 
otal 35.134 93.237 $3.237 Design as Percent of Construction: NA 
PRS eae UME ENE Legacy Other as Percent of Construction: 28% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.100 $0.098 (S0.002) $0.098 
Construction $0.224 $0.223 ($0.001) $0.223 Ee : : saisens 
Other $0.374 $0.132 ($0.242)  $0.132 fee aaa aun: aa 
Contingency S0.016 S0.000 (S0.016) $0.000 % Canstruction Change Order 0% 
Total 30.715 30.453 30.453 Design as Percent of Construction: 44% 
Psi: OLG6M IDE: STORMINATER Leeacy Other as Percent of Construction: 59% 
ae OTHER 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [07-Jun-17 | 07-Sep-17 [13-Nov-18 
Design $0.150 $0.165 $0.015 S0.000 
Construction $2.800 52.800 S0.000 52.830 ha : : eee 
Other $1,701 $1,686 ($0,015) $1.152 Sie rear geal aE: 31-Oct-13 
Contingency $0.140 $0.140 $0.000 S$0.000 2% Construction Change ener 3% 
Total $4.791 $4.791 $3.982 Design as Percent of Construction: 6% 
PisIR: 0021) TYPE: TAP/OTHER Legacy Other as Percent of Construction: 60% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L05—Dec-16 } 21-1 7 
Design S0.000 S0.000 $0.000 (50.008) 
Construction S$41.826  $46.339 $4.513 $40.264 We : : : 
Other $15.572  $14.703 ($0.869) $12.559 Abia res oa eee 30-Jun-12 
Contingency $4.183 $0.539 (S3.644) $0.000 Bee neaneran Grange Ores 0% 
Ue 361,580 __961.580 352.815 Design as Percent of Construction: 
PUES Is TYPE: TAP/OTHER Leeaey Other as Percent of Construction: 32% 


TRAFFIC 
Budget Spent 
Initial Projected Difference To Date 
Design $0.040 $0.022 ($0.018) $0.000 
Construction $0.250 $0.000 ($0.250) $0.000 
Other $0.200 $0.475 $0.275 $0.383 
Contingency $0.030 $0.023 ($0.007) $0.000 
Total $0.520 $0.519 $0.383 
PTSID: 0025E TYPE: TRAFFIC Legacy 


FFY17 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Sep-18 
# of months late: ay 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 


Other as Percent of Construction: 


Advertise NTP 


Budget Spent 

Initial Projected Difference To Date 

Design $0.117 $0.067 (S0.050) $0.062 

Construction $0.530 $0.491 ($0.039) $0.491 

Other S0.236 S0.327 $0.092 $0.311 

Contingency $0.050 $0.047. (S0.003) $0.000 

Total $0.933 $0.933 50.863 
PTSID: 0025F TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.260 $0.236  ($0.024) $0.224 

Construction $1.531 $1.630 $0.099 $1.289 

Other $1.226 $1.235 $0.009 $1.092 

Contingency $0.153 $0.001 ($0.152) $0.000 

Total $3.170 $3.102 $2.605 
PTSID: 0153T TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design S0.040 $0.040 S$0.000 S$0.027 

Construction $0.579 $0.579 $0.000 $0.532 

Other S0.653 S0.661 S0.008 S0.084 

Contingency $0.037 $0.029 (S0.008) $0.000 

Total $1.308 $1.308 50.643 
PTSID: 0025) TYPE: TRAFFIC Legacy 


Budget Spent 

Initial Projected Difference To Date 

Design $0.042 $0.037 (S0.004) $0.000 

Construction $0.700 S0.710 $0.010 $0.673 

Other $0.745 $0.739  (S0.006) $0.451 

Contingency $0.032 $0.032 $0.000 $0.000 

Total $1.518 $1.518 $1.123 
PTSID: 0073Z TYPE: TRAFFIC Legacy 


Complete 


Schedule: [31-Aug-17 | 30-Nov-17 | 02-Nov-18 | 
Anticipated Completion at NTP: 30-Nov-18 
# of months late: 
% Construction Change Order: 5% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 67% 


Advertise NTP 


Complete 


Schedule: 
Anticipated Completion at NTP: 30-Nov-19 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 76% 


Advertise NTP Complete 


Schedule: 
Anticipated Completion at NTP: 31-Jan-18 
# of months late: 
% Construction Change Order: 0% 
Design as Percent of Construction: NA 
Other as Percent of Construction: 114% 


Advertise NTP Complete 
Schedule: | 22-Sep-17 18-Jan-18 | [| Zil=See=18 
Anticipated Completion at NTP: 31-Jul-19 
# of months late: 
% Construction Change Order: 6% 
Design as Percent of Construction: 5% 
Other as Percent of Construction: 104% 


FFY17 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.330 $0.405 $0.075 $0.159 
Construction $1.468 $1.468 $0.000 $1.354 a : : 2 : 
Other $2.016  $1.949 ($0.068) $0.872 eta ees aU NUE SER Ne 
Contingency $0.075 $0.068  ($0.008) $0.000 Ceara es Gaenee Order 7% 
otal 33.889 33.889 32.385 Design as Percent of Construction: 28% 
Elsib boerk Masai olage EES) Other as Percent of Construction: 133% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-17] 16-Jan-18 | 02-Nov-18 
Design $0.236 $0.221 ($0.015) $0.073 
Construction $1.100 $1.100  $0.000 $0.988 7 . : ioe 
Other $0.414 $0594 $0180 $0.428 Se inact alla artes 30-Apr-19 
Contingency $0.165 $0.000 ($0.165) $0.000 oF Construction chanee Onder: "1% 
Total $1.915 $1.915 $1.488 Design as Percent of Construction: 20% 
EnSIR, OOL18 SyPEv ene cee Legacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Aug-17 | 21-Nov-17 [10-Aug-18 
Design S0.065 S0.065 $0.000 $0.000 
Construction $0.549 $0.561 $0.012 $0.435 oer . ; : 
Other $0.430  $0.445  $0.015 $0.260 pple cater a SEN UE: 30-Nov-18 
Contingency S0.055 $0.028  (S0.027) $0.000 Se Cantercenian Grenee Orden "1% 
eal 31.098 31.098 30.695 Design as Percent of Construction: 12% 
ene UME ae pena Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.22-Feb-17 ] 24-May-17 | 29-Jun-18 
Design S0.228 $0.228 S0.000 $0.193 
Construction $1.403 $1.403 $0.000 $1.377 a4 . : Sandie 
Other $0.511  $0.511 $0.000 $0.653 ee anne 32-Jul-18 
Contingency $0.140 $0.140 $0.000 $0.000 ae atch Change Gee 5% 
otal 92.282 92.282 32.223 Design as Percent of Construction: NA 
Eb to! eee Eseeey Other as Percent of Construction: 36% 


FFY 2018 PROJECTS 
Insert A 


FFY18 


FFY18 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [19-Sep-18 | 05-Dec-18 | 08-Oct-20 | 
Design $1.237 $1.129 (S0.108) $0.981 
Construction $7.300 $7.445 $0.145 $7.246 ~ : ; ee 
Other $1853 §2.179  $0.327  $2.216 ge eect aia aE NE 31-Dec:20) 
Contingency $0.378 $0.014  ($0.364) $0.000 ean aon Change Giee "1% 
Total $10.768__ 510.768 310.443 Design as Percent of Construction: 15% 
Pie: SOF INES BRIDGE preeey Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.819 $0.819 $0.000 $0.652 
Construction $7.695 $8.065  $0.370 $7.901 ee : ; ere 
Other $1.529  $1.229 ($0.300) $1.340 peber econ cl SEIU 31-May-21 
Contingency $0.385 $0.315  ($0.070) $0.000 Geaneicten cyan Omer 5% 
Usel $10.427__ 510.427 $9.894 Design as Percent of Construction: 10% 
prep DOE NRE BRIDGE Legacy Other as Percent of Construction: 15% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [18-Sep-18 | 05-Dec-18 | 31-May-20 
Design $0.998 S0.964 (S0.034) $0.882 
Construction $2.664 $2.799 $0.135 $2.799 ees : . 7 
Other $0.895  $1.096  $0.201 §1.080 ee ed aeNtr: ee Mavy-20 
Contingency $0.080 $0.000 ($0.080) $0.000 Sanction Charige Grier 5% 
Total $4.637 34.858 $4,761 Design as Percent of Construction: 34% 
PTSID: 0013G TPE: BRIDGE peeaey Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [3 ON 15-Apr-20 | 
Design Sis $1.000  ($0.125) $0.756 
Construction $3.633 $4.433 $0.800 $4.113 ee : ; come 
Other $2.174  $1.370 ($0804) $1,096 eo eeececree aaa BENE 31-May-20 
Contingency 50.180 $0.000 (S$0.180) $0.000 BP GOnehintGn crenge Oren 31% 
otal $7.112 $6.803 $5.965 Design as Percent of Construction: 23% 
PIER NES? MES EIN Eee Ereaey Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: EY 18 J 29- 
Design $1.480 $1.480 S0.000 51.306 
Construction $6.500 $6.500  $0.000 S4.616 7 : ; ; 
Other $2.133 $2,133 $0.000 $1,319 a falar er arnt: ae May-21 
Contingency $0.625 $0.625 $0.000  $0.000 Se eanetruntion Grange Ghee 0% 
Total $10.738__$10.738 37.240 Design as Percent of Construction: 23% 
PTSID: 0013U Here: BRIDGE Legacy Other as Percent of Construction: 33% 


A- 11 


FFY18 


Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: 6-Nov-18 | 23-Nov-20 
Design $0.520 $0.520 $0.000 $0.394 
Construction $5.355 $5.519 $0.164 $4.394 oe ; ; ae 
Other $1.830  $1.686 ($0.144) $0.974 eae late RERENe 
Contingency $0.375 $0.355  ($0.020) $0.000 Garonne Gaanee Grader 1%; 
otal 38.080 38.080 35.761 Design as Percent of Construction: 9% 
Eisibs poise. INPESERIDGE Eeeacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-Nov-17] 28-Aug-18 | 02-Jul-20 
Design S0.450 S0.450 S0.000 S0.434 
Construction S6.700 $6.700 S0.000 $6.551 se . : Rae 
Other $2.626  $2.626 $0,000 $0.769 Se aceon alla arty 30-Jun-21 
Contingency $1.040 $1.040  $0.000 $0.000 SCORSTHLICHOR Change Hider: 1% 
rot $10.816__ 510.816 $7.754 Design as Percent of Construction: 7% 
PISID: QOL7E SYPESER EE Legacy Other as Percent of Construction: 39% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Nov-17 | 30-Oct-18 [12-Jul-21 
Design S0.788 S0.788 $0.000 $0.284 
Construction $10.729 $10.729 $0.000 $10.190 oer . ; 
Other $3.381 $3.381  $0.000 $1.932 pie caer a ae NIE: Ole 
Contingency $1.609 $1.609 $0.000 $0.000 Sree nterCenan Grenee Orden 19% 
Uae $16.508__$16.508 312.406 Design as Percent of Construction: 7% 
Sl! UMS EES pong Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [| ~Aug— 
Design S0.460 $0.510 S0.050 S0.444 
Construction $2.502 $2.552 $0.050 $2.499 a4 . : : 
Other $1944 $1,944 $0.000 $0.827 a ete aa ane 31-May-20 
Contingency $0.250 $0.150 ($0.100) $0.000 6; Canetniction Change Gee 3% 
otal 35.156 35.156 33.770 Design as Percent of Construction: 20% 
PISIDY 00176 re PuInSe EeGaey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [20-Feb-18 [14-Jan-19 | 29-Sep-21 
Design $0.774 $0.774 $0.000 $0.692 
Construction $9.980 $9.980 $0.000 $9.695 a ; ; See 
Other $2115  §2.115  $0.000 $2.124 binciss ee aus ge 30-lun-22 
Contingency $1.000 $1.000 $0.000 $0.000 OC ERCHICICn renee Order: 3% 
Weel $13,869 513.869 $12,511 Design as Percent of Construction: 8% 
sip ory INDE BRIOGe Lemay Other as Percent of Construction: 21% 


A- 12 


FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-Aug-18 | 15-Nov-18 | 10-Nov-20 
Design S0.800 S0.792 (S0.008) $0.663 
Construction $5.944 S6.407 S$0.463 $6.186 a . ; ioeats 
Other $1598  §1.906  $0.308 $2.104 oe aCe cE eel 
Contingency S0.400 S0.000 (S0.400) $0.000 SA Gonetriction Change Order 12% 
otal 38.742 39.106 38.953 Design as Percent of Construction: 12% 
PTSID; 00156 eye ER OGe Legacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [26-Sep-18 | 14-Jun-19 | 14-Dec-20 | 
Design S0.397 $0.433 $0.035 $0.433 
Construction $1.664 $1.664 $0.000 $1.684 ne : : oan 
Other $0.834 $0.834 + $0.000--$0.464 nS cc ll 30-Jun-20 
Contingency $0.160 $0.125  ($0.035) $0.000 eaea nection renee One’ 7%, 
otal $3.055 33.055 $2.580 Design as Percent of Construction: 26% 
PRs eee MME: EIN EIGE Legacy Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 29-Nov-17 | 06-Mar-18 | 13-Dec-19 
Design $0.375 $0.375 S0.000 $0.272 
Construction $2.322 $2.322 $0.000 $2.174 ae . ; : 
Other $1.260  $1.260  $0.000 $1.033 lll eee ar NTE: Sian-21 
Contingency $0.115 $0.115 $0.000 $0.000 DA CReLICOR Change Onan 5% 
oe! $4,072 34.072 33.479 Design as Percent of Construction: NA 
EID Oren PE BUGE EEeaty Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [24-Oct-17 | 30-Jan-18 
Design S0.500 S0.500 $0.000 $0.382 
Construction $1.702 $1.702 $0.000 $1.646 ae : ; , 
Other $1.290  $1.290  $0.000 §0.695 eee ames aus 30-Jun-19 
Contingency S0.077 $0.077 $0.000  $0.000 Sa ere atta cnenee Order: 0% 
otal 33.569 33.569 32.722 Design as Percent of Construction: 29% 
PEM Bats UN ABS EMIS peecey Other as Percent of Construction: 76% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 2m Sepe Leii02=pee=19) 
Design $0.625 $0.625 S0.000 $0.270 
Construction $1.520 $1.520 $0.000 $1.428 se . ; ree 
Other $1348 $1348 $0,000 $0.652 ee een: 30-lun-20 
Contingency $0.076 $0.076 $0.000 $0.000 3% Construction Ghaneé Order "So 
ots) $3.569 $3.569 $2.349 Design as Percent of Construction: 41% 
Pisibe 02016 DPE BREE Leeary Other as Percent of Construction: 89% 


A- 13 


FFY18 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.040 $1.040 $0.000 $0.917 
Construction $6.868 $6.868 $0.000 $4.624 — pcre 
Other $3.440  $3.440  $0.000 $1.855 peta ees le es ae) eae 
Contingency $0.340 $0.340 $0.000 $0.000 Barros lee Gaerne Order 7% 
otal $11.688_$11.688 37.396 Design as Percent of Construction: 15% 
PBs SES UMA Es ARISE Ee) Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 29=Mer= 1304 Ssep=20 
Design S0.370 S0.370 S0.000 S0.230 
Construction $3.808 $4.227  $0.419 $3.783 - . : 
Other $1.687 $1.204 ($0.483)  $1.128 Se aineae to adlal apn: 30-Apr-20 
Contingency $0.250 $0.159  ($0.091) $0.000 aKConsthuction chanee Onder: “1% 
Total $6.115 $5.960 35.140 Design as Percent of Construction: 9% 
EnSIR: O14 EYPESe Ree Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.801 $0.921 $0.120 $0.846 
Construction $10.000 $17.680 $7.680 $13.211 oer . ; 
Other $2815 $3360 $0545 §2.774 pple caer a ae NIE: al 
Contingency $0.900 $0.000 ($0.900) $0.000 O Gannaeton Ghanae Bree 7% 
eal 314.516 __$21.961 316.831 Design as Percent of Construction: 5% 
ee IEE UME EES pena Other as Percent of Construction: 19% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-May-18 ]| 07-Aug-18 | 24-Aug-20 
Design S0.775 S0.699 (S0.076) $0.658 
Construction $3.661 $3.727 S0.066 53.139 = : . 
Other $1.733 $1,097 ($0.636)  $1.138 ee anne 30-Nov-20 
Contingency S0.300 S0.000 (SO0.300) $0.000 % Construction Change Order 3% 
otal 36.469 35.523 34.934 Design as Percent of Construction: 19% 
PTSID: 0167C eee lees Legaey Other as Percent of Construction: 29% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jul-18 | 26-Sep-18 | 05-Nov-20 
Design S0.789 $0.589 ($0.200) $0.553 
Construction $1.988 $2.238 $0.250 $2.027 am : ; 
Other $3,052 $3,082 $0,030 §2.391 piscina el 30-Nov-21 
Contingency $0.099 $0.019  (S0.080) $0.000 OA HU Tn Grange Order 7% 
uote $5.928 $5.928 $4.971 Design as Percent of Construction: 26% 
eUpID e208 INEE SBRIDGE Legacy Other as Percent of Construction: 138% 


A- 14 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design 50.000 $0.000 S0.000 S0.000 
Construction $0.342 $0.342 $0.000 $0.350 Lie : ; ea 
Other $0.218  $0.218  $0.000 $0.044 fb ace o ar NTE 31-Oct-18 
Contingency 50.040 $0.040 $0.000  $0.000 U. Caneicaon Change Gee 0% 
Total $0.600 $0.600 $0.394 Design as Percent of Construction: 
PuSIDE gapst TE DEERAUINS Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [.22-Dec-17 | 26-Mar-18 | 05-Sep-18 
Design S0.000 S0.000 $0.000 $0.000 
Construction $0.666 $0.666 $0.000 $0.584 ae ; : ree 
Other $0.251  $0.251  $0.000 $0.062 eee oma BENE 31-Oct-18 
Contingency $0.033 $0.033 S$0.000 $0.000 Er Caer nnan Grange Once 0% 
otal 30.950 30.950 30.646 Design as Percent of Construction: 
SID O10eE Un dee OAM eeeaey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.20-Dec-17 ] 08-Mar-18 | 15-Aug-18 | 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.698 S0.698 S0.000 $0.625 See : : dec. 
Other 0.251  $0.251 $0,000 $0.069 cece aia anes Ramee 
Contingency $0.033 $0.033 S0.000 S0.000 % Construction Change Order 0% 
Total 30.982 30.982 30.694 Design as Percent of Construction: NA 
PYSID: OL056 Pee, OPER Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.27-Dec-17 | 20-Feb-18 | 11-Oct-18 
Design S0.000 S0.000 S$0.000 $0.000 
Construction 51.237 $1.237  $0.000 $1.216 ee : : eee 
Other $0.339 $0.339 $0.000 -$0.211 ee ccealeee BENTE: pita veers 
Contingency $0.075 $0.075 $0.000 $0.000 Sree erter ae caanee orden "7% 
Ve 31,651 s1,651 $1,427 Design as Percent of Construction: 
pe suey MRE SOIR eT pena Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [25-May-18 | 02-Aug-18 | 13-Dec-18 | 
Design S0.000 $0.008 S0.008 S0.000 
Construction $2.009 $2.614  $0.605 $2.590 ss . ; Sie 
Other $0.340  $0.383 $0.043 —$0.445 UU ieee aa ae 30-Nov-18 
Contingency S0.060 $0.030 ($0.030) $0.000 SE eRtinn ai change Biden 790% 
Hotel $2.409 $3.035 $3.035 Design as Percent of Construction: 0% 
pialbs G38 He OEE Legacy Other as Percent of Construction: 15% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: AOS Nae) 
Design S0.000 S0.000 $0.000 $0.000 
Construction $1.427 $1.427 $0.000 $1.429 a : : vane 
Other $0.339  $0.339 © $0.000 $0,125 ete eer yon le es SuSE 
Contingency $0.075 $0.075 $0.000 $0.000 Gras retina Guenee Order 0% 
otal 31.841 31.841 31.555 Design as Percent of Construction: 
HISIEE SESE (MAES SEERA Bena) Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [18 
Design S0.000 S0.000 S0.000 S0.000 
Construction $1.523 $1.523 S0.000 $1.563 se . : a ee 
Other $0.402  §0.402  $0.000 0.153 Se econ alla artes 30-Jun-19 
Contingency S0.075 S0.075 $0.000 $0.000 BRCanStrCHG Change Onde: 6% 
otal 32.000 $2.000 $1.717 Design as Percent of Construction: 
PISID: OLOSA ener ObEn as DSeaty Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [11-Sep-18 } 04-Feb-19 | 
Design S0.108 S0.108 S$0.000 S$0.076 
Construction $1.147 $1.152 $0.005 $1.134 oer . ; 
Other $0.307 $0.307 + $0.000-—$0.125 pie caer a ae NIE: Sema 
Contingency $0.060 $0.055  ($0.005) $0.000 S Ganneton Ghanae Bree 0% 
eal $1.622 31.622 $1,335 Design as Percent of Construction: 9% 
AI: UMS So PE NAUINS Loeaey Other as Percent of Construction: 27% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.800 S0.800 S0.000 S0.590 
Construction 56.089 $6.083 (S0.006) $5.457 a ; ; ae 
Other $1.603 $1.603 $0,000 $1.079 flee oa aE NTE: acaatl pus Le 
Contingency $0.713 $0.719 $0.006 $0.000 ae Construction Chae Gnlen 5% 
roe! 39.205 39.205 $7,126 Design as Percent of Construction: 13% 
PIsibe Go120 HYPE: PAVEMENT Legacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: | 
Design S0.670 S0.670 S0.000 S0.209 
Construction $1,630  $1.630 $0,000 $1.597 = Fore 
Other $0.801  $0.801 $0,000 §0.557 SS dae ec ae: 30-Jun-20 
Contingency $0.105 $0.105 $0.000 $0.000 Scan eteetan crenee Orden 19% 
otal $3.206 $3.206 $2.363 Design as Percent of Construction: 41% 
PIRIEE Re UMIHES HAUESIEN Peele) Other as Percent of Construction: 49% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-May-18 | 13-Sep-18 | 18-Aug-19 | 
Design S0.358 $0.358 50.000 $0.252 
Construction $2.728 $2.738 $0.010 $2.372 a . ; ro 
Other $0.768  §0.768  $0.000 $0.524 oe aCe: 37-Aug-12 
Contingency $0.135 $0.125  ($0.010) $0.000 a acieian Change Glen 3% 
ota 33.989 33.989 33.148 Design as Percent of Construction: 13% 
PRSIDS S740 eee ee eee Legacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.180 $0.180 $0.000 $0.102 
Construction $2.324 $2.324 $0.000 $2.007 ne : : eee 
Other $0.928  $0.928  $0.000 $0.738 nS cee lla 31-May-19 
Contingency $0.116 $0.116 S$0.000 $0.000 Gace nection renee One’ "19% 
ital 33.548 $3.548 $2.847 Design as Percent of Construction: 8% 
Plas Wale! UMAR ES ABEND Legacy Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.300 S0.300 S0.000 S0.055 
Construction $1.395 $1.395 $0.000 $1.032 ae . ; 
Other $0.717. $0.717 $0.000 $0,399 ill eee are: ene Mav-19 
Contingency $0.140 $0.140 $0.000 $0.000 oa Construction Change Onan 19% 
Hoel $2.551 32.551 31.485 Design as Percent of Construction: 22% 
eee Es EE even Eeeany Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: -Apr-18 [|14-Dec-18 | 
Design $0.460 $0.460 $0.000 $0.368 
Construction $3.995 $4.545 S$0.550 $4.473 ae : ; : 
Other $1509  $1.059 ($0.450) $1.013 ee tae pau ae NUE 31-Dec-20 
Contingency S0.208 $0.108 ($0.100) $0.000 Cr oaen an cranee One 16% 
otal 36.172 36.172 35.854 Design as Percent of Construction: 10% 
Pues BESO UNidee ev IEN Ty peecey Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: o=Dec= 1 
Design $0.755 $0.755 S0.000 $0.635 
Construction $7.373  $7.464 $0.090 $5.551 7 , Pre 
Other $1478 $1550 $0,072 §1.437 ee een: 31-May-20 
Contingency $0.350 $0.188  ($0.162) $0.000 3% Construction Ghaneé Order: "59% 
ots! $9.956 39.956 37.623 Design as Percent of Construction: NA 
PiSIBE O06UN PEE ENENE Leeacy Other as Percent of Construction: 21% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: < un-18 | 24-Oct-18 | 
Design S0.380 $0.303 (S0.077) $0.276 
Construction $1.241 $1.273 $0,033 $1,273 _ : ; ee 
Other $1640  $1.160 ($0.480) $1.187 peta ees See pitas 
Contingency $0.062 $0.000 (S$0.062) $0.000 Barats ee Gaenee Order 5% 
ikoze 33.323 32.736 32.736 Design as Percent of Construction: 24% 
FIIs Ghee MAES EIEN! Beeacy Other as Percent of Construction: 91% 
oa OTHER 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [27-Apr-18 | 29-Jun-18 | 24-Oct-19 
Design S0.246 S0.246 S0.000 S0.000 
Construction 52.490 $2.490 $0.000 $2.652 5 : : 
Other $1.288  $1.288  $0.000 $0.986 sae ae anne 31-Oct-19 
Contingency $0.180 $0.180 S$0.000 $0.000 oF Canoe ieicn change Gen 7% 
Total $4.203 34.203 33.639 Design as Percent of Construction: 10% 
PTSID: 0021S TYPE: TAP/OTHER Leaky Other as Percent of Construction: 52% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.135 $0.262 $0.127  $0.262 
Construction $3.186 $4.118  $0.932 $4.118 a : ; ee 
Other 60.538 $1,319  §0.781 $1,313 Bo laa ee ae Ame AY 
Contingency $0.395 $0.000 (S0.395) $0.000 So COnttan ign Change Order: 9% 
otal 34.254 35.698 35.693 Design as Percent of Construction: 6% 
ETD 002eE TNE Wea SMUIRTEl: Legacy Other as Percent of Construction: 32% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25 
Design $0.155 $0.126  ($0.029) $0.120 
Construction $1.065 $0.774 ($0.291) $0.761 Oo . ; cee 
Other $0.516  §0.457 ($0.059) $0.464 ora rere aENTP: RES 
Contingency $0.061 $0.000 ($0.061) $0.000 2% Construction Change ener 57% 
Total $1.797 $1.357 $1.345 Design as Percent of Construction: 16% 
ESI 20eR* Wipes TRATEG Legacy Other as Percent of Construction: 59% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Aug-18 ] 26-Oct-18 | 31-Oct-19 
Design S0.240 S0.240 S0.000 S0.209 
Construction $0.745 $0.773 $0.028  $0.709 ae : : 
Other $0.724  $0.724 $0.000 $0.229 a bila res oa eee ees May-20 
Contingency $0.075 $0.047 ($0.028) $0.000 Bee neaneran Grange Ores "50, 
etal 31.784 31.784 31.148 Design as Percent of Construction: 31% 
PISS Uitesl Wiis Useless Leeaey Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: -Nov-18 [ 08-Nov-19 | 
Design S0.550 $0.570 $0.020 S0.509 
Construction S0.460 $0.510 S0.050 50.469 a : . : 7 
Other $1155 $0595 ($0,560) $0.423 oe aUNTr: EE UEV aA 
Contingency S0.050 S0.050 S0.000 S0.000 SA Gonetriction Change Order 5% 
otal $2.215 $1.725 $1.401 Design as Percent of Construction: 112% 
Pls pene EXPES EROTIC Eaeahy Other as Percent of Construction: 117% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L29-Dec-17 | 23-Feb-18 | 30-Aug-19 
Design $0.445 $0.464 $0.020 S$0.411 
Construction $1.668 $1.783 $0.115 $1.562 ae : ; 
Other $1,621 $1.543 ($0.078) $1.127 HS coke ala Ss: Rem See 
Contingency $0.083 $0.027. ($0.057) $0.000 eaeaneCntion renee One’ 19% 
otal $3.817 $3.817 $3.100 Design as Percent of Construction: 26% 
PS BIR UME ev aalG Eeeacy Other as Percent of Construction: 87% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [14-Sep-18 | 14-Nov-18 | 14-May-19 | 
Design $0.050 $0.047  (S0.003) $0.043 
Construction $2.285 $2.227  ($0.058) $2.227 ae . ; 
Other $0.654  $§0.199 ($0.455) $0.202 fill eee ENTE: 31 jul-19 
Contingency $0.114 $0.000 ($0.114) $0.000 ae Construction Change race 19% 
Total $3.104 $2.473 $2.473 Design as Percent of Construction: 2% 
BIBI, 0724 AEE S SBAPEIE Depacy Other as Percent of Construction: 9% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [.28-Feb-18 | 24-May-18 | 05-Sep-19 | 
Design $0.375 $0.380 $0.005 $0.322 
Construction $2.092 $2.102 $0.010 $1.924 ah : ; 
Other $0.930  $0.925 ($0.005) $0.770 ee tae pau aE: eee 
Contingency $0.110 $0.100  ($0.010) $0.000 Croan Granee Once “2% 
otal $3.507 $3.507 $3.016 Design as Percent of Construction: 18% 
PTSD; O025N MAES Mss peeaey Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Mar-18 | 26-Jun-18 | 23-Jun-20 
Design $0.650 $0.771  $0.121 $0.583 
Construction $7.335 $7.316 (S0.019) $6.207 Mad ; : : 
Other $2.920  $§3.118  $0.198  $§2.889 ee een: 31-0ct-20 
Contingency $0.367 $0.067 (S0.300) $0.000 3% Construction Ghaneé Order "10% 
Total $11.272 $11,272 $9.679 Design as Percent of Construction: 11% 
Pastis O07S% IEE: TRAPEIG paeacy Other as Percent of Construction: 43% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 30-Oct-19 
Design S0.100 S0.100 $0.000 $0.087 
Construction $0.630 $0.630  $0.000 $0.665 ec : ; yee 
Other $0.571  $0.571 $0.000 §0.317 vlads ees SERUEV ePAe 
Contingency $0.044 $0.044 $0.000 $0.000 Ceara as Gaenee Order 11% 
Vee! 31.345 31.345 31.069 Design as Percent of Construction: 16% 
FUE ICSI UE AS Bacay Other as Percent of Construction: 91% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.594 S0.609 $0.015 $0.443 
Construction 53.000 $3.100 S0.100 $2.506 seg . : 
Other $1807 $1992 $0185  $1.876 Se inact alla ae: 31-May-20 
Contingency $0.300 $0.000 ($0.300) $0.000 aKConsthuction chanee Onder: 0% 
Total 35.700 $5.700 34.824 Design as Percent of Construction: 20% 
ia ead SEE RAE Legacy Other as Percent of Construction: 64% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design S0.060 S0.060 $0.000 $0.038 
Construction $1.600 $1.600 $0.000 $1.554 oer . ; 
Other $0.841  $0.841 $0.000 $0151 pie caer a BtNIE SERENE 
Contingency S0.086 S0.086 S$0.000 $0.000 ace aneman renee Orden 0% 
eal 92.587 32.587 $1,743 Design as Percent of Construction: 4% 
Pas UMS AAG pena Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | 29=Ang=13 | 03s=0ul=19) 
Design 50.070 $0.070 $0.000 $0.025 
Construction S0.767 S0.767 $0.000 $0.690 a4 . ; 
Other $0.476  $0.476  $0.000 $0.068 a ete pais ane 31-Dec-19 
Contingency 50.040 $0.040 $0.000 $0.000 oF ane nian Change Gree "8% 
Total $1.353 $1.353 30.783 Design as Percent of Construction: 9% 
Bree PEE: Eee EsGaey Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design $0.503 $0.448  (S0.055) $0.399 
Construction $1.500 $1.522 $0.022 $1.416 a ; ; 
Other $1,022  $0.867 ($0,156) $0.892 plese nc eied aE ZO Nov 12 
Contingency S0.075 S0.000 (S0.075) $0.000 bGanctruction Change Order: 7% 
uote $3.100 $2.836 $2.707 Design as Percent of Construction: 29% 
SIELED AMIS INDE TRATTIC Legacy Other as Percent of Construction: 57% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Mar-18 | 25-Jun-18 | 11-Dec-18 | 
Design $0.556 S0.672 $0.116 S0.613 
Construction $1.051 $1.065 $0.014 $1.017 a . ; ee 
Other $0.504  $0.445 ($0.059) $0.360 oe acne: See 
Contingency $0.083 $0.012  ($0.072) $0.000 a acieian Change Glen 0% 
total $2.194 32.194 31.990 Design as Percent of Construction: 63% 
PIsib D1G2h re Tee ESBaey Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.098 $0.054 ($0.044) $0.045 
Construction $0.745 $0.783 $0.038  $0.722 Re : ; ne 
Other $0.786  $0.792  $0.006 $0,662 nS cet 31-Aug-13 
Contingency S0.055 S0.055 S$0.000 $0.000 Gaeanetian crenge One’ "3% 
otal 31.684 31.684 $1.429 Design as Percent of Construction: 7% 
SPD eee esa lsel aa? Eeeaoy) Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jun-18 | 17-Sep-18 | 12-Dec-19 
Design $0.370 $0.341  ($0.029) $0.330 
Construction $1.486 $1.229 ($0.258) $1.228 ae . ; Fe 
Other $0.941  $0.724 ($0.218) $0.733 fill eae eens citan ee 
Contingency $0.075 $0.000 (S0.075) $0.000 as Construction Change race 17% 
oe! $2.872 32.293 92.291 Design as Percent of Construction: 28% 
PSD eavEve IEE SPEER Ereany Other as Percent of Construction: 59% 
TRANSIT 
Budget Spent NTP Complete 
Initial | Projected Difference To Date Schedule: Oct 
Design S0.087 S0.087 S0.000 $3.779 
Construction 535.796 535.796 $0.000 $23.033 “A : ; Sica 
Other $20.277. $20.277  $0.000 $11.321 sila oa aE NTEs sees 
Contingency $1.790 $1.790  $0.000 $0.000 DA CORE HLICIOR Chale Gnlen 11% 
roel $57.950_$57.950 $38,133 Design as Percent of Construction: 0% 
PISID: 20070) EE SEAN Eeeaty Other as Percent of Construction: 57% 


FFY 2019 PROJECTS 
Insert A 


FFY19 


FFY19 
BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Mar-19 | 03-Jun-19 

Design S0.865 $1.421 S0.556 $1.009 

Construction $9.173 $20.116 $10.943 5$17.306 a F . : r 
Other $1898  $1.918  $0.020 $2.622 ge eect ala aUNTE: Saas 
Contingency $0.742 $0.000 (S$0.742) $0.000 ean aon Change Giee 116% 
Total $12.678 $23.455 $20.936 Design as Percent of Construction: 7% 
a es TYEE UBRIBSE Legacy Other as Percent of Construction: 10% 


Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design S0.798 S0.798 $0.000 S$0.741 
Construction $10.222 $10.278 $0.056 $9.042 ee : ; ere 
Other €2007° $2923) S0.016 | 611933 ay eleee cones Clee te: Sdjube2 
Contingency $0.511 $0.439  (S0.072) $0.000 eeanecton cyan Omer 0% 
sel $13.738__513.738 $11,715 Design as Percent of Construction: 8% 
PIES ene MNEs IS EIS: Leeacy. Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [25=dul 
Design $0.638 S0.638 S0.000 $0.518 
Construction $5.150 $5.150 S0.000 $3.613 ees : . 7 
Other $2563  $2.563 $0,000 $1.868 ee rd aeNTe: 31-0et-23 
Contingency S0.500 $0.500 $0.000 $0.000 a Car trietion Change eran 3% 
fetal 38.850 38.850 35.999 Design as Percent of Construction: 12% 
PTSID: 0114W SFE BRIRGE Eeeaey Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-Jun-19 | 12-Sep-19 
Design $1.013 $1.013 S0.000 $0.892 
Construction $6.040 $6.809 $0.769 $5.095 ee : ; Te 
Other $1194 $1,764 $0570 $1.683 eo eeececree aaa Sane, 3L-Dec-21 
Contingency S0.305 $0.000 (S$0.305) $0.000 BP GOnehintGn crenge Once 16% 
otal $8.552 $9.586 $7.670 Design as Percent of Construction: 15% 
PURE SUES VME) EIN Bete peaey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L11-Sep-19 | 29-Nov-19 | 02-Jul-21 
Design S0.977 S0.977 S0.000 $0.830 
Construction $3.155 $3.155 50.000 $2.456 ne . . F 
Other $1.520  $0.837 ($0.683) $0.717 salar ae ae NTE: 31-Dec-21 
Contingency S0.160 S0.160 $0.000  $0.000 of Genctruction Change ander 19, 
Total 35.812 35.129 34.003 Design as Percent of Construction: 31% 
PTSID: 0015C TRE: ERIDSE Legacy Other as Percent of Construction: 27% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: | OO Ssbee= Io) 20=pee=27 
Design S0.700 S0.700 $0.000 $0.480 
Construction $3.982 $3.982 $0.000 $4.047 — ae 
Other $1920  §1.920 $0.000 $0.994 eee ons SEE eee 
Contingency $0.199 $0.199 $0.000 $0.000 Barros lee Gaenee Order 7%, 
otal 36.801 36.801 35.520 Design as Percent of Construction: 18% 
PISIBE SOR UME APIS EEeacy Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.379 $0.379 S0.000 S0.266 
Construction $2.772 $2.772 S$0.000 $2.475 a ; : Heed 
Other $0.906  $0.906  $0.000 $0.892 Se aineaae toad artes 30-Sep-21 
Contingency $0.180 $0.180 $0.000 $0.000 oF Construction chanee Onder: 99, 
Total 34.238 34.238 33.633 Design as Percent of Construction: 14% 
PISIB, GOaLy SYPEceR ee Legacy Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Jun-19 | 04-Sep-19 [14-Oct-20 
Design S0.950 S0.950 $0.000 S$0.761 
Construction $2.171 $2.171 $0.000 $2.104 oer . : 
Other $1,351 $1,351 $0.000 §0.709 pple caer aUNIE: 31-Oct-21 
Contingency S0.250 $0.250 $0.000  $0.000 Sree nterCenan Grenee Orden 7% 
Level 34.721 34.721 33.574 Design as Percent of Construction: 44% 
eRe UMS EE? conagy Other as Percent of Construction: 62% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Feb-19 | 14-May-19 | 
Design $0.436 $0.436 S0.000 $0.331 
Construction 52.368 $2.368 50.000 $1.943 = : . 7 
Other $0.738  $0.853 $0.115 $0,943 ee anne 31-Dec-20 
Contingency $0.275 $0.160 ($0.115) $0.000 oF aheaian Change Gree "7% 
otal 33.817 33.817 33.216 Design as Percent of Construction: 18% 
PTSID: 0015D PES BRIERE Leeaey Other as Percent of Construction: 36% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design S0.494 S0.684 $0.191 $0.430 
Construction $2.586 $3.147 $0.561 $3.068 a ; ; eee 
Other $1.741  $1.669 ($0.072) $1.667 pisces rasa Be 31-Mar-22 
Contingency $0.129 $0.000 ($0.129) $0.000 OA HU Tn Grange Order AA% 
uote 34.950 $5.500 $5.165 Design as Percent of Construction: 22% 
PIES ens MME IS EIGE Leeacy Other as Percent of Construction: 53% 
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Budget Spent Advertise NTP Complete 


Initial © Projected Difference To Date Schedule: [25-Sep-19 | 27-Jan-20. 
Design S$6.400 S5.450 (S0.950) $3.717 
Construction $57.980  $57.779 (S0.201) $32.912 7 ; ; eds 
Other $7.066  §8.016  $0.950 $5.830 ee aCNTr: RERUN 
Contingency $4.500 $0.747. ($3.753) $0.000 Sasaeetian Change Gree 7% 
Total $75.946 $71.992 $42.459 Design as Percent of Construction: 9% 
peslly200re EE EB SE Eaeary Other as Percent of Construction: 14% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Mar-19 | 10-Jun-19 [| 04-Jan-22 
Design $1.900 $1.900 $0.000 $1.122 
Construction $14.639 $14.639 $0.000 $13.603 Re : : toe 
Other $3.898 $3898  $0.000 $4.034 HS cota ab Nr: ener 
Contingency $0.888 $0.888 $0.000 $0.000 Bence tion renee One’ 7% 
Ute) $21,325 921.325 $18.759 Design as Percent of Construction: 13% 
Melee The ic Ieee APS: Eeeaty Other as Percent of Construction: 27% 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.440 $1.440 S0.000 $1.091 
Construction $15.661 $15.706 $0.045 $8.572 de : : : 
Other $5.065  $5.065  $0.000 $2.677 ill eee ae NEE: eee 
Contingency S0.783 $0.738  (S$0.045) $0.000 Be CanetrlicHon Change race 9% 
Total $22,949 $22,949 $12.340 Design as Percent of Construction: 9% 
PTSIB, 1260 APES BRIDGE Peeacy Other as Percent of Construction: 32% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27-Sep-19 | 04-Feb-20 | 12-Jul-21 | 
Design $1.200 $1.200 S0.000 S0.775 
Construction $7.000 $7.000 $0.000 $5.489 ae : ; ae 
Other $2.030 $2425 $0395 $1.747 eee ames ae NTE EEStor 
Contingency $0.500 $0.105  ($0.395) $0.000 Cao ntti chance Grice 3% 
Total $10.730_510.730 $8.010 Design as Percent of Construction: 17% 
PTSID: 0014M MAES Tes EEeaey Other as Percent of Construction: 35% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [14-Dec-18 | 15-Apr-19 | 31-Jul-20 
Design $0.451 $0.521  $0.070 $0.228 
Construction $2.900 $2.900 $0.000 $2.904 ~ ee 
Other $0.210  $0.210 $0.000 $0.115 UL aac aa ae alll oO 
Contingency $0.290 $0.220 (S0.070) $0.000 Se Panstricticn change Biden 0% 
Total $3.851 $3.851 $3.247 Design as Percent of Construction: 18% 
PISID: 9003E VEE EATING Legacy Other as Percent of Construction: 7% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: Zi 
Design $0.117 $0.117. $0.000 $0.098 
Construction $2.074 $2.074 $0.000 $2.074 a : ; esas 
Other $0.471  $0.471  $0.000 $0086 eta as ARS AS 
Contingency $0.100 $0.100 $0.000 $0.000 Seances hence Order: 0% 
otal 52.762 32.762 32.258 Design as Percent of Construction: 6% 
ET SID; OTS 1M INP OPERSTING Eeeaey Other as Percent of Construction: 23% 
PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [31-Jan-19] 14-May-19 | 01-Aug-19 
Design S0.000 S0.000 S0.000 S0.000 
Construction $0.422 S0.360 (S0.062) $0.360 oe ° : rT? 
Other 0.247 §0.122  ($0.125) $0.122 ence aaa aE EER eTS sete 
Contingency $0.050 $0.000 (S$0.050) $0.000 oF Ca eRieicn change Gen 0% 
Total 30.719 30.483 30.483 Design as Percent of Construction: 
PTSID: 0105H pe Peek) Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [22-Mar-19 | 06-Aug-19 | 31-Oct-19 | 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $0.681 $0.530 ($0.151) $0.530 ae : ; Se 
Other $0.242  $0.084 + ($0.158) $0.084 Ubciaices peated ae pamela 
Contingency S0.100 $0.000 (S0.100) $0.000 So COntrAnign Change Order: 0% 
oral 31.047 30.614 30.614 Design as Percent of Construction: 
pTpID 20028 NPE PAVEMENT Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [28-Mar-19 | 07-Jun-19 | 31-Oct-19 
Design $0.024 $0.000 (S0.024) $0.000 
Construction S0.723 $0.626 (S0.096) $0.626 “A : : yore 
Other $0.226  $0.082 ($0144) $0.082 sill oe a NTE: BERS, 
Contingency $0.075 $0.000 (S$0.075) $0.000 ae Construction Chae Gnlen 0% 
qOtal SLOT 30.708 30.708 Design as Percent of Construction: 
PISID: 26026 EYEE POVEMENT LeeaCy Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29- | kia) Eee ey 
Design S0.000 S0.000 S0.000 S0.000 
Construction Siew $1.824  $0.110 $1.639 ae : : wate 
Other $0.335 $0337. $0,002 $0.307 SS ae ala Ce 31-Oct-12 
Contingency $0.133 $0.021 ($0.112) $0.000 Scan eteetan crenee Orden 6% 
evel $2.181 $2,181 $1.946 Design as Percent of Construction: 
ale eee! PERV EMENT peek Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Jan-19 ] 01-Apr-19 | 31-Oct-19 | 
Design S0.000 S0.000 S0.000 50.000 
Construction $2.194 $3.256 $1.061 $3.256 a . ; ae 
Other $0.557  $0.396 ($0.161) $0.396 ee aCNTr: camel 
Contingency $0.220 S0.000 (S0.220) $0.000 oA Banstruiction Change Ordex 18% 
ota 32.971 33.652 33.652 Design as Percent of Construction: 
Pale Benne Es EAVEMENT Peeacy Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: OA Stn ROS Oct 1 9 
Design S0.000 S0.000 S$0.000 $0.000 
Construction $1.500 $1.555 $0.055 $1.422 ae : : ae 
Other $0.280  $0.359 $0.079 $0,325 HS cote ila aes 34-Oct-19 
Contingency $0.150 $0.017. ($0.133) $0.000 Gao nection renee One’ BY 
VBE 31.930 $1.930 $1.747 Design as Percent of Construction: 
PIES anes MBE EME ENIL Eeeaty Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.024 $0.000 (S0.024) $0.000 
Construction $1.653 $1.526 ($0.128) $1.526 ae . ; rer 
Other 0.249 $0.204 ($0.044) $0.204 fill eee are: SEEN EY 
Contingency S0.075 $0.000 (S0.075) $0.000 of Construction Change race "8% 
ror 32.001 31.730 31.730 Design as Percent of Construction: 
PISIG, 2e0i4 Es EP Veen EPeaty Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [29-Jan-19 | 28-Mar-19 | 10-Apr-20 | 
Design S0.000 S0.000 S$0.000 $0.000 
Construction $1.133 $1.040 ($0.093) $1.040 ae : : eee 
Other $0.288  $0.107 ($0.182) §0.107 eta pau aE: Sem EN aes 
Contingency $0.079 $0.000 (S0.079) $0.000 Broa etn crenee One "8% 
otal 31.500 31.146 31.146 Design as Percent of Construction: 
PTSID: 2601C Ee VEMeEN peek Other as Percent of Construction: 10% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $1.665 $1.802 $0.137 $1.525 
Construction $12.884 $13.048 $0.164 $8.206 ce , : ee 
Other $3.035  $3.378 + $0.342 $4,034 ee gee: 30-dun-23 
Contingency $0.644 $0.000 (S$0.644) $0.000 3% Construction Ghaneé Order 3% 
Total $18.228 $18.228 $13.764 Design as Percent of Construction: 14% 
Pisibe Q0080 PEE ee een PaeScy Other as Percent of Construction: 26% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: i an=19'| 
Design $0.291 $0.326 $0.035 $0.161 
Construction $3.277 $3.277 $0,000 $2.763 - eee 
Other $0.831 $0.796 ($0.035) $0.528 ee c ean ar NE ele ea 
Contingency $0.157 $0.157 $0.000 $0.000 Sennett es Gaenee Order "1% 
otal 34.556 34.556 33.452 Design as Percent of Construction: 10% 
ISIE, Shee MAES MEUIENT! paeaty Other as Percent of Construction: 24% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.320 S0.283 (S0.037) $0.051 
Construction $0.550 S0.557 S0.007 $0.431 a . : z : 
Other $0532 $0562 $0.030 $0.174 ee apN: SEES 
Contingency $0.100 $0.100 $0.000 $0.000 aKConsthuction chanee Onder: 50% 
Total $1502 $1.502 $0.656 Design as Percent of Construction: 51% 
Ee ae sH TPE SEAV ENED! Legary Other as Percent of Construction: 101% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.342 $0.342 $0.000 $0.317 
Construction $2.239 $2.250 $0.011 $2.231 ae . ; 
Other $1.158 $1147 ($0.011) $0.758 pple carer BtNIE SEN 
Contingency $0.175 $0.175 $0.000 $0.000 oe eaenUcTOn eaanee Oden 0% 
eal $3.915 93.915 33.305 Design as Percent of Construction: 15% 
Ee bea aE UNS Bean aN peng Other as Percent of Construction: 51% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Sep-19 | 02-Mar-20 | 
Design $1.150 $1.150 S0.000 S0.675 
Construction 56.296 $6.296 $0.000 $5.619 a4 . ; : 
Other $3.021  $3.021  $0.000 $1.892 a ee ais ane 31Dec21 
Contingency $0.495 $0.495 $0.000 $0.000 oF Canetniction Change Gee 0% 
Total $10.962_ 510.962 $8.186 Design as Percent of Construction: 18% 
PTSID:: OO50A Eevee Legaey Other as Percent of Construction: A8% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Aug-19 [17-Dec-19 | 
Design $0.515 $0.515 S0.000 S0.464 
Construction $3.043 $3.043 $0.000 $2.630 a ; ; ree 
Other $1.025 $1,025  $0.000 $1.267 pisces oa ge 31 May 21 
Contingency $0.175 $0.175 $0.000 $0.000 OA HU Tn Grange Order 0% 
uote $4.758 $4.758 $4,361 Design as Percent of Construction: 17% 
PBs MIs DUNE eEVIEN I Peeaty Other as Percent of Construction: 34% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [16-Nov-18 | 15-Jan-19 | 30-Aug-19 | 
Design $0.325 $0.325 S0.000 $0.250 
Construction $6.247 $6.247. $0.000 $5.785 Ss : ; eee 
Other $1190 $0,990 ($0.200) $0.791 ee aCNTE: ese) 
Contingency $0.312 $0.000 ($0.312) $0.000 rancor Change Glen "1% 
otal $8.075 37.562 36.826 Design as Percent of Construction: 5% 
PESIDS POS1Y UES ene ee Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.395 S0.408 $0.013 $0.369 
Construction $3.003 $3.405 $0.403 $2.882 we : : Cae 
Other $0.905  $0.704 ($0.201) §0.717 HS cc lla 31-Dec-19 
Contingency $0.250 $0.035 ($0.215) $0.000 eaca nection erenge Once "1% 
ital 34.553 34.553 $3.968 Design as Percent of Construction: 12% 
Ue Doe IEE. PAVEMENT Legacy Other as Percent of Construction: 21% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [17-May-19 | 18-Jul-19 | 30-Jun-20 | 
Design S0.070 50.070 S0.000 $0.017 
Construction $1.756 $1.801 $0.045 $1.778 - : : iets 
Gther $0,510 0.465  ($0.045) §0.273 Anticipated Eamon at NTP: 31-Jul-20 
: # of months late: 
Contingency $0.175 $0.175 $0.000 $0.000 % Construction Change Order: 3% 
Total $2,511 $2.511 32.068 Design as Percent of Construction: 4% 
psi G12?) Te: FRAPEG Leeacy Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.135 $0.135 $0.000 $0.049 
Construction $1.100 $1.100  $0.000 $0.916 ee : : ee 
Other $0.860  $0.860  $0.000 $0.490 ee cee lee 2ENTE ees aleeae 
Contingency 50.100 $0.100 $0.000 $0.000 Sree erter ae caanee orden "17% 
oral 92.195 32.195 31.456 Design as Percent of Construction: 12% 
eer dese Lee pena Other as Percent of Construction: 78% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [20-Mar-19 | 14-May- 
Design $0.134 $0.042  ($0.092) $0.000 
Construction $0.958 $1.081 $0.123 $0.959 _ ; . : _ 
Other $0.735 $0749 $0.014 §$0.616 UU ieee aa ae 31-Dec-20 
Contingency S0.048 $0.003 ($0.045) $0.000 SE eRtinn ai change Biden 13% 
otal $1.875 $1.875 $1.576 Design as Percent of Construction: 4% 
Piplieeen Ee Sere Peery Other as Percent of Construction: 69% 
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Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: Pepa olen Jone 
Design S0.560 $0.588 $0.028 $0.539 
Construction $1.296 $1.307. $0.011 $1.265 ms : : ras 
Other $0.565  $0.493 ($0.073) $0.326 eae yon le es eer 
Contingency $0.060 $0.037. ($0.024) $0.000 er Cen erictian Gaenee Order 6% 
otal $2.481 $2.424 32.130 Design as Percent of Construction: 45% 
Pe EM (MAES VASLe Eeeaey Other as Percent of Construction: 38% 
Budget Spent Advertise 
Initial © Projected Difference To Date Schedule: [22-Mar-19 | 16-May-19 | 09-Jul-20 | 
Design $0.424 $0.404 ($0.020) $0.355 
Construction $1.125 $1.013 ($0.112) $1.013 7 ; : ae 
Other $0569 $0694 $0124 §0.761 Se ecto alla artes 30-5ep-20 
Contingency $0.043 $0.043 $0.000 $0.000 SA Canetnuction Chanee Onder: "0% 
Total $2.161 $2.154 $2.129 Design as Percent of Construction: 40% 
Pete OteaH SEE SAAT NE Legacy Other as Percent of Construction: 68% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [10-Oct-18 | 28-Jan-19 [ 1: 
Design $0.500 $0.419  ($0.081) $0.415 
Construction $1.939 $1.550 (S0.389) $1.549 ae . ; ae 
Other $0.910  $0.888 ($0,022) $0.892 pia cater a euNEE: ELTA 
Contingency $0.096 $0.000 ($0.096) $0.000 See aerUcTOn Ghanae Bree 50% 
eal 33.445 32.857 32.856 Design as Percent of Construction: 27% 
pee OeeOe INES Aas pena Other as Percent of Construction: 57% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [27=Sep=1: e210 a= 210) 
Design $0.514 $0.514 $0.000 $0.439 
Construction $1.685 $1.770 $0.085 $1.715 a4 . : aie 
Other $0.914 $1,008  $0.094 $0,980 ee anne 30-Jun-21 
Contingency $0.075 $0.000 (S0.075) $0.000 oF Ca nserintion change een 9% 
Total 33.188 33.292 33.134 Design as Percent of Construction: 29% 
pipe eee ee ee EsGeey Other as Percent of Construction: 57% 
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BRIDGE 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [13-Mar-20 | 15-Jan-21 
Design S0.835 $0.835 S0.000 S0.504 
Construction $12.971 $12.971  $0.000 $3.744 = : ; rae 
Other $1535 $1,535 $0,000 $1.045 ge eect ala BEN TE: aes 
Contingency $0.840 $0.840 S$0.000 $0.000 ean aon Change Giee 19% 
Total $16.181__ 516.181 35.292 Design as Percent of Construction: 6% 
Pies GOTek INEES BRIDGE Ereeey Other as Percent of Construction: 12% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [05-Mar-20 | 13-Jul-20 | 
Design S0.863 S0.863 S0.000 $0.751 
Construction $6.036 $6.036 $0.000 $1.976 cee : : ara 
Other $3.361  $3.361  $0.000 $1.328 aber econ cl BEAU 30-Apr-23 
Contingency $0.302 $0.302 S$0.000 $0.000 BACeACCHan enanee Order 0% 
gel $10.562__510.562 $4.054 Design as Percent of Construction: 14% 
PIES ans UNE: IS EIGE EEedGy Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [12-Mar-20 | 29: 
Design $6.500 $6.500 S0.000 $4.595 
Construction $65.964  $66.074 $0.110 $20.549 _ . ; ns 
Other $8,620 $8.620 $0,000 $3.047 ee rd aeNTE: ca 
Contingency 53.298 $3.188  ($0.110) $0.000 ee eaneucion Change eran 0% 
fetal $84.382_ $84,382 328.191 Design as Percent of Construction: 10% 
PTSID: 0017B EXPE, BRIRGE PEeaey Other as Percent of Construction: 13% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [10-Mar-20 | 08-Jul-20_ 
Design S0.946 $1.062 $0.116 $0.596 
Construction $3.426 $3.436 $0.010 $1.483 a ; ; oe 
Other $0.741  $0.741  $0.000 $1.048 eo eeececee aaa Ban 30-Apr-23 
Contingency $0.130 $0.003 ($0.127) $0.000 BP GOnehintGn crenge Oren 3% 
otal $5.243 35.243 $3.127 Design as Percent of Construction: 31% 
PUES SERS MES RIN ENE: BS) Other as Percent of Construction: 22% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Nov-19 | 27-Jul-20 
Design $11.500 $11.500 S0.000 $7.337 
Construction $212.000 $213.373 $1.373 $72.975 a ro 
Other $21.500 $§21.500  $0.000 $6,938 a fale repr ae any: perendal 2en-23 
Contingency $20.000 $18.627 ($1.374) $0.000 Se eanerruntion Grange Ghee 19 
Total $265.000__$265.000 $87.250 Design as Percent of Construction: 5% 
PTSID: 0018B epee BRIERE Legacy Other as Percent of Construction: 10% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.048 $0.048 S0.000 $0.041 
Construction $1.373 $1.373 $0.000 $1.229 Le ; ; ‘pi 
Other $0528 $0528 $0,000 $0.361 fl ances oi ar NTE 30-Nov-20 
Contingency $0.050 $0.050 $0.000  $0.000 Vea icion Change Gee 0% 
Total $2.000 $2.000 $1,632 Design as Percent of Construction: 4% 
PUSIDE 250e6 TIE fev EMENE Leeey Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [14—Feb-20] 09 
Design $0.052 $0.052 $0.000 $0.050 
Construction $1.613 $1.613 $0.000 $1.330 ah ; : 
Othe: $0,420 $0,420 $0.000  §0.262 Anticipated completion at NTP: 30-Nov-20 
‘ # of months late: 
Contingency $0.118 $0.118 S$0.000 $0.000 Paconn cient nanecercer "13% 
otal 32.203 32.203 31.642 Design as Percent of Construction: 3% 
PINES Zone GeV EMEN peecey Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [18-Feb-20 | 09-Apr-20 | 05-Apr-21 
Design 50.064 S0.064 S0.000 S0.063 
Construction $1.323 $1.323 $0.000 $1.148 - ; : eas 
Other $0.305 $0305 $0,000 $0.247 fc cecre aaa anes pie 
Contingency S0.100 S0.100 S0.000 S0.000 % Construction Change Order “11% 
Total $1,792 $1,792 $1,458 Design as Percent of Construction: 5% 
PisIBe 22037 TPES EMENENY Leeary Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Nov-19 | 27-Jan-20 | 25-Sep-2C 
Design $0.150 $0.150 $0.000 $0.114 
Construction S1-455 $1.455 $0.000 $1.263 we : : oer 
Other $0.722  $0.722 $0.000 §0.409 pee cee alee a 2ENTE eat 
Contingency $0.200 $0.200 $0.000 $0.000 Sree eter caanee orden "1% 
areal 92.527 92.527 31.786 Design as Percent of Construction: 10% 
pis cu7ey MR ESR AEMIEN pone Other as Percent of Construction: 50% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [11-Oct-19 | 04-Mar-20 | 25-S: 
Design $0.255 $0.255 S0.000 $0.221 
Construction $4.837 $4.837. $0.000 $3.975 se . ; eas 
Other $1.088  $0.988 ($0,100) $0.671 UU aac aa ae 31-Dec-20 
Contingency $0.242 $0.000 ($0.242) $0.000 SE eRtinn ai change Biden "1% 
Total $6.421 $6.080 $4.866 Design as Percent of Construction: 5% 
Pie ore PE Eevee prepey Other as Percent of Construction: 20% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.372 $0.372 $0.000 $0.283 
Construction $4.491 $4.491 $0.000 $3.922 a : : mes 
Other $3.244 $1,484 ($1.760) $0.623 eles ee el a at ees Oa 
Contingency $0.374 $0.234  ($0.140) $0.000 er Ceneieran Guenee Order "1% 
otal $8.481 $6.581 34.828 Design as Percent of Construction: 8% 
PURE EI MESES UE! Eeeaey Other as Percent of Construction: 33% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.231 $0.231 S0.000 S0.000 
Construction $1,575 $1.575 $0.000 $1.488 - ; ; ae 
Other $0.461  $0.682 $0.221 $0.836 Se eco alla ante: 30-Jun-21 
Contingency $0.221 $0.000 ($0.221) $0.000 SA Canetnuction Chanee Onder: 0% 
Total $2.488 $2.488 $2.324 Design as Percent of Construction: 15% 
En Bier TCE EAVEMENT Legacy Other as Percent of Construction: 43% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [03-Jul-20 | 11-Sep-20 | 14-Dec-20 
Design $0.163 $0.163 $0.000 $0.156 
Construction $0.870 $0.870 $0.000 S$0.761 ae : ; : 
Other $0.689  $0.689  $0.000 $0,388 fp cater a SEN UE: 31-Dec-20) 
Contingency S0.050 S0.050 S$0.000 $0.000 ace aeeman Grenee Orden "12% 
eal $1771 $1.771 31.304 Design as Percent of Construction: 19% 
ee vei) UMS Bean aM pena Other as Percent of Construction: 79% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [25 20 | 13-Aug-20 
Design $1.033 $1.105 $0.072 $1.032 
Construction $14.071 $14.071 $0.000 $6.879 a4 . ; aie 
Other $4.275  $4.275 $0,000 $§3.271 ee anne 30-Jun-23 
Contingency $0.586 $0.514  (S$0.072) $0.000 a2 Cansticticn change Gee 5% 
Total $19.965_$19.965 311.182 Design as Percent of Construction: 8% 
PTSID:: 0079 PE Ee EME Leeaey Other as Percent of Construction: 30% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [30-Jun-20 | 28-Aug-20 
Design $0.341 $0.341 $0.000 $0.178 
Construction 51.460 $1.486 $0.027 $1.026 2 . ; ee 
Other $1.011  $0.984 ($0.027) $0.611 UL aac aa BEN 30-lun-22 
Contingency $0.080 $0.080 $0.000 $0.000 Se Panstricticn change Biden 1% 
Total $2.892 $2.892 $1.815 Design as Percent of Construction: 23% 
Pi ae IPs SBAREIE Leary Other as Percent of Construction: 66% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [29-May-20 | 14-Aug-20 | 01-Feb-22 
Design S0.800 S0.800 $0.000 $0.261 
Construction $1.393 $1.413 $0.020 $1.071 — ae 
Other $1.506  $1.506  $0.000 §0.567 ete eet as oS 
Contingency 50.070 $0.049  (S0.020) $0.000 Seances Gaenee Order "5% 
otal 33.767 33.767 31.898 Design as Percent of Construction: 57% 
EUSID 2003F Eee peace) Other as Percent of Construction: 107% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.221 $0.221 S0.000 $0.205 
Construction $0.933 $0.933 S0.000 $0.832 seg . : 
Other $0.409  $0.409  $0.000 $0501 Se aineaae toad eet: Ree 
Contingency $0.094 $0.094 $0.000  $0.000 a CanshLicHon Change Hider: 0% 
Total $1.656 $1.656 $1.539 Design as Percent of Construction: 24% 
PISID: Dison SNPE RRC Legacy Other as Percent of Construction: AA% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [06-Mar-20 | 23-Jun-20 
Design $0.155 $0.155 $0.000 $0.038 
Construction $2.291 $2.291 $0.000 $2.133 oer . ; 
Other SEG | Gites Aone | “ose fp cate euNTE: EERE eeN 
Contingency $0.115 $0.115 $0.000 $0.000 Se eaarUCTOn eaanee Oden "7% 
eal $3.196 33.196 32.349 Design as Percent of Construction: 7% 
SIRE Caan UES ae bees Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-20 | 07-Jul-20 | 
Design $0.206 $0.118  (S0.089) $0.071 
Construction 53.084 53.134 S0.050 52.583 = : . 
Other $1.255 $1,679  $0.423 $1.375 ee anne 31-Dec-e1 
Contingency $0.155 S0.006 (S0.149) $0.000 4 Construction Change Order 0% 
otal 34.700 34.936 34.028 Design as Percent of Construction: 4% 
oa TEE: URSSEIG Legacy Other as Percent of Construction: 54% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-20 | 15-Jan-21 | 
Design S0.409 S0.409 S0.000 S0.209 
Construction $1.270 $1.270 $0.000 $1.000 am ; ; 
Other $1195 $1195 $0,000 $0.652 bincias ona el 31-May-22 
Contingency $0.113 $0.113 $0.000 $0.000 OA HU Tn Grange Order 0% 
uote $2.987 $2,987 $1,861 Design as Percent of Construction: 32% 
PBs aeeet Ls aale [eeacy Other as Percent of Construction: 94% 
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Budget Spent Advertise NTP Complete 

Initial Projected Difference To Date Schedule: [2 20 Ye! = 
Design $0.294 $0.294 $0.000 $0.227 
Construction $0.974 $0.974 $0.000 S$0.864 


Anticipated Completion at NTP: 31-Dec-21 


Other $0.845  $0.845 $0.000 $0.832 sé vapnihe late: 

Contingency $0.097 $0.097. $0.000 $0.000 Bs Canctruchon Change Arde: 6% 

ae $2.210 : $2.210 91.922 Design as Percent of Construction: 30% 
pele, eee re: TRAE Eebeey Other as Percent of Construction: 87% 
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FFY21 


FFY21 
BRIDGE 
Budget Spent Soa NTP Complete 
Initial Projected Difference To Date Schedule: [28-Jul-21 }| 18-Mar-22, 
Design $4.225 $4.225 $0.000 $2.118 
Construction $167.400 $167.400 $0.000 $0.000 fe Paes 
Other $16.700 $16.700  $0.000 $0.600 ge eect ai a ernie: 31-Aug-26 
Contingency $8.500 $8.500 $0.000 $0.000 oan structian Change Giee 0% 
got $196.825_ 196.825 32.718 Design as Percent of Construction: 3% 
paelBs 20a YEE UBRIBSE peeeey Other as Percent of Construction: 10% 
Budget Spent BENETISE NTP Complete 
Initial © Projected Difference To Date Schedule: [13-Nov-20 | 05-Feb-21 
Design $2.460 $2.460 $0.000 $2.275 
Construction $29.000 $29.000 $0.000 $9.305 cee : : Craee 
Other $4.330 $4330 $0.000 $1,509 a eleee cones Cee te: 30-Nov-23 
Contingency $2.000 $2.000 $0.000 $0.000 OACONStICHOR enanee Order 2% 
Ugel $37.790_537.790 313.088 Design as Percent of Construction: 8% 
EME aster INE ap RIDGE Legacy Other as Percent of Construction: 15% 
Budget Spent Bdvertse NTP Complete 
Initial © Projected Difference To Date Schedule: [18-Jun-21] 07-Sep-21, 
Design $1.874 $1.874 $0.000 $1.140 
Construction $9.182 $9.182 $0.000 $1.054 _ . ; : 
Other $4.037  $4.037  $0.000—§0.432 ee rd een er Aug.24 
Contingency $0.684 $0.684 $0.000  $0.000 a Car trietion Change eran 0% 
fetal 915.777 __$15.777 32.625 Design as Percent of Construction: 20% 
PTSIB: “ODTGN TE BREE peice Other as Percent of Construction: 44% 
Budget Spent AWETHSE Complete 
Initial Projected Difference To Date Schedule: E28 
Design S0.876 S0.876 S0.000 S0.728 
Construction $2.620 $2.620 $0.000 $0.116 a ; ; oe 
Other $1.753  $1.753 $0.000 $0.204 eo eececree aaa Bante: 30-Apr-23 
Contingency $0.270 $0.270 $0.000 $0.000 oAeeactiction crenge Once 0% 
Total $5.519 $5.519 $1.048 Design as Percent of Construction: 33% 
PRES ZAI ee aRIeSE Eee) Other as Percent of Construction: 67% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [1 j= 21 
Design NA $3.717 NA $1.598 
Construction _ NA $63.304 NA $0.000 Anticipated Completion at NTP: NA 
Other _ NA $11.480 NA $0.302 # ofmonths late: NA 
ae, ; ae oF = a % Construction Change Order: 0% 
ae - : Design as Percent of Construction: 6% 
paisley D018 VES ERIDGE Leeaey Other as Percent of Construction: 18% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [08-Jan-21 | 15-Mar-21 | 14-Oct-21 
Design $0.428 $0.428 S$0.000 S$0.378 
Construction $0.600 $0.600  $0.000 S$0.461 = : : ee 
Other $0.909  $0.909  $0.000 §0.547 plete eels ees Sem DSeea 
Contingency $0.107 $0.107 $0.000 $0.000 Ceara es Gaenee Order: 0% 
otal 32.044 32.044 31.386 Design as Percent of Construction: 71% 
BTsiD; 0201r INPESERIDEE Eee) Other as Percent of Construction: 152% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: LL 
Design 53.100 $3.100 S0.000 $2.376 
Construction $59.488 $59.488 S0.000 $2.959 se . : - : 
Other $9510 $9,510 $0,000 $0.832 Se econ alla artes 31-Aug-26 
Contingency $5.950 $5.950 $0.000 $0.000 oF Construction Chanee Onder: 0% 
rot $78.048 578.048 36.167 Design as Percent of Construction: 5% 
ESBS 2205 SNE eee Legacy Other as Percent of Construction: 16% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [_22—Dec 
Design $2.078 $2.078 $0.000 $1.675 
Construction $7.889 $7.889 $0.000 $2.989 oer . ; 
Other $4.154 $4,154  §0.000 §1.362 pple caer aU NIE: le oe 
Contingency S0.400 S0.400 $0.000 $0.000 Crea nterCeran Grenee Orden 3% 
eal 914.521 __$14.521 36.026 Design as Percent of Construction: 26% 
eee a UM EES: pena Other as Percent of Construction: 53% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [13-Sep-21] 18-Mar-22) = Oct-23 | 
Design S0.997 $0.997 S0.000 S0.661 
Construction $5.511 $5,511 $0.000  $0.000 A . ; Pos 
Other $2.020  §2.020 $0.000 $0.317 ales ed as anne 31-Oct-23 
Contingency S0.280 $0.280 $0.000 $0.000 oF Canstiction change Gee 0% 
otal 38.809 38.809 30.978 Design as Percent of Construction: 18% 
PTSID: 0032B PE BRlnSe Legaey Other as Percent of Construction: 37% 
OPERATING 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-May-21 | 19-Aug-21 
Design $0.130 $0.130 S0.000 $0.118 
Construction 51.860 $1.860 $0.000 $0.679 a . ; ree 
Other $0.210  $0.210 $0,000 $0.075 Uae aa ae 30-3e0-22 
Contingency $0.075 $0.075 $0.000 $0.000 SE eRtinn ai change Biden 0% 
otal $2.275 $2.275 $0.872 Design as Percent of Construction: 7% 
a ee TYEE OPERATING prepey Other as Percent of Construction: 11% 
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PAVEMENT 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 21] 27-May-21 | 
Design $0.054 $0.054 S0.000 S0.047 
Construction $0.841 $0.841 $0.000 $0.778 i ‘igh cas 
Other $0.590  $0.590 $0,000 $0.233 fb ances oa aENTE: 30-Nov-21 
Contingency $0.075 $0.075  $0.000 $0.000 BAC oneeructiGn Change Gee "7% 
oral $1.560 $1.560 31.058 Design as Percent of Construction: 6% 
Bisby 2oue Tne EOveEMENT peeeey Other as Percent of Construction: 70% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [19-Mar-21 | 04-Jun-21 [28-Oct-21 
Design $0.062 S0.062 $0.000 $0.053 
Construction $1.934 $3.234 $1.300 $2.834 ve : : : 
Other $0.575  §0.750 $0.175 $0.596 eee oy vane de 30-Nov-21 
Contingency $0.100 $0.125 $0.025  $0.000 oneereenetion Grange Once 70% 
otal $2.671 $4.171 33.484 Design as Percent of Construction: 2% 
PINES ete Unies DAVGISEM peeeey Other as Percent of Construction: 23% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [17-Mar-21 | 17-May-21 
Design $0.053 $0.053 S0.000 S0.044 
Construction $1.164 $1.164 $0.000 $0.969 a ; : Seon 
Other $0.400  $0.400 $0,000 $0.162 fcc aia ce 30-Jun-22 
Contingency S0.050 $0.050 S0.000 S0.000 % Construction Change Order “3% 
Total 31.667 31.667 31.175 Design as Percent of Construction: 5% 
Peel Ree O0ne TPE PAVENIENY Leeary Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [28-May-21 | 26-Jul-21 
Design $0.458 $0.458 $0.000 $0.343 
Construction $3.698 $3.698 $0.000 $0.902 ee : : peers 
Other $1543 $1643 $0100 $0.309 ee ech alee aNTE: SEEN 
Contingency $0.300 $0.200 (S$0.100) $0.000 Cr Canernenon caanee orden 0% 
oral $6.000 36.000 31.554 Design as Percent of Construction: 12% 
ee noes MRE IRAVEMEN poeacy Other as Percent of Construction: 44% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [28-Apr-21 | 09-Jul-21 | 30-Nov-21 
Design $0.300 S0.300 S0.000 $0.210 
Construction $0.500 S0.500 S0.000 S0.363 _ ; . pes 
Other 0.644  $0.644 $0.000 $0.302 UU aac aa Bele 30-Jun-22 
Contingency $0.075 $0.075 $0.000 $0.000 Se Panstricticn change Biden 0% 
Total $1.519 $1.519 $0.874 Design as Percent of Construction: 60% 
ne PE EEE EN Ereery Other as Percent of Construction: 129% 
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Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [12-Dec—20 | 24-Mar-21 | 21-May-21 
Design S0.035 S0.035 $0.000 $0.028 
Construction $0.353 $0.219 ($0.134) $0.212 age : : mms 
Other $0.221  $0.251  $0.030 $0.196 eter yan ass ita 
Contingency $0.035 $0.139  $0.104  $0.000 er Ceneetan @uenee Order "3% 
otal $0.644 $0.643 30.437 Design as Percent of Construction: 16% 
eee REEVE peeayy Other as Percent of Construction: 114% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [30-Nov-20 J 01-Jun-21 
Design $6.400 $6.400 S0.000 55.090 
Construction $57.979 $57.979 S0.000 $8.639 seg . : : 7 
Other $8.200  $8.200  $0.000 $9.474 ee artes 3i-Dec-24 
Contingency $2.000 $2.000 $0.000 $0.000 SC anstricon Change Hider: 0% 
Total $74,579 __ 574.579 $23,202 Design as Percent of Construction: 11% 
PISID: Q0306 SERED eV ENIENS Legacy Other as Percent of Construction: 14% 
STORMWATER 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [27-Jan-21] 12-Apr-21 
Design $1.169 $1.169 $0.000 51.090 
Construction $5.536 $5.536 $0.000 $1.215 ee : : eee 
Other $3,557  $3.557  $0.000 $1.211 fcc aia ae: SEEN 
Contingency S0.280 S0.280 S0.000 S0.000 % Canstruction Change Order 0% 
Total $10.542_$10.542 33.516 Design as Percent of Construction: 21% 
pis IRe 220i FYFE: STOR NINANER Leary Other as Percent of Construction: 64% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L28-Dec-20 | 24-Mar-21 
Design $0.335 $0.335 S0.000 $0.265 
Construction $2.547 $2.547 S0.000 $1.079 ha . : ee 
Other $1688 $1688 $0,000 $0.585 oie rear gal BENE: 30-5e0-22 
Contingency $0.060 $0.060  $0.000 S$0.000 94 Congteuction Change ener 0% 
Total $4.630 $4.630 $1,928 Design as Percent of Construction: 13% 
ES eee Wires TRACE Legacy Other as Percent of Construction: 66% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [22-Oct-20 | 15-Jan-21 | 01-Nov-21 
Design S0.166 S0.166 S0.000 S0.000 
Construction $2.019 $2.108 $0.089 $1.882 ae ; : 
Other $0.690  $0.690  $0.000 $0.772 a Siac res oa eee eeu pep 2) 
Contingency $0.125 $0.036  ($0.089) $0.000 Bee nneian Grange Ores 10% 
etal $3.000 $3.000 32.654 Design as Percent of Construction: 8% 
pipe ecetae REESE AEE Leeaey Other as Percent of Construction: 33% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design $0.125 $0.125 50.000 $0.102 
Construction $0.900 $0.900  $0.000  $0.571 ov : ; tees 
Other $1.605  $1.605 $0,000 $0.178 oe aCNTr: cee 
Contingency $0.250 S0.250 S0.000 S0.000 SA Gonetriction Change Ordex 0% 
total $2.880 32.880 30.852 Design as Percent of Construction: 14% 
PipIDy 2002 ie Tee He Legacy Other as Percent of Construction: 178% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [L Eze 
Design $0.540 $0.540 $0.000 $0.423 
Construction $4.615 $4.615 $0.000 $0.000 Re : : or 
Other $1.370  $1.370 $0.000 0.187 HS cot laa ab Nie: SERENE 
Contingency $0.240 $0.240 $0.000 $0.000 eaeaneCntion crenge One’ 0% 
otal 36.765 36.765 $0.610 Design as Percent of Construction: 12% 
NS Be es ade sal ela Legacy Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [30-Sep-21 J 15-Dec-21 
Design S0.105 $0.105 S0.000 S0.026 
Construction S0.926 $0.926 S0.000 S0.000 a : : 3 : 
Other $1100  $1.100  $0.000 $0.037 pill eee ane 3iDec-22 
Contingency S0.000 S0.000 $0.000 $0.000 os Construction Change race 0% 
Total $2,130 $2.130 30.063 Design as Percent of Construction: 11% 
PSE pony Es TEEPE EPeaty Other as Percent of Construction: 119% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [L26-Feb=21_ 
Design S0.786 S0.786 S0.000 $0.533 
Construction 53.746 53.746 $0.000 $0.143 ne : : eee 
Other $1118  §1.118  $0.000 $0.138 eta eames 2eNUE 31-Aug-23 
Contingency S0.200 S0.200 $0.000 $0.000 Croan Grange Once 0% 
otal $5.850 35.850 30.814 Design as Percent of Construction: 21% 
USE 2) ieee ale pepe), Other as Percent of Construction: 30% 
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Insert A 
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FFY22 
TT TT arene aera 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design NA $0.730 NA $0.885 
Construction NA $7.000 NA $1.322 Anticlpated Completion at NTP: NA 
Other NA $1.490 NA $0.526 Hot thelatet 
Contingenc NA $0.780 NA $0.000 Or ORE Nave: NA 
eee, : : % Construction Change Order: 0% 
Total NA $10.000 NA $2.734 ; a 
- Design as Percent of Construction: 10% 
EBD reer EE RNGe Eeeaey Other as Percent of Construction: 21% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: 
Design NA $5.139 NA $2.448 
Construction NA $64.125 NA $0.000 mniciparedtcanicle tiene erie: NA 
Other NA $18.611 NA $0.157 ee Revere: 
Contingenc NA $7125 NA §0.000 PU se NA 
tae aa : : % Construction Change Order: 0% 
Total NA $95.000 NA $2.605 2 Me 
Design as Percent of Construction: 8% 
de Rees NEES ERIDGE Eseee Other as Percent of Construction: 29% 
Budget Spent NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.570 NA $0.470 
Construction NA $4.200 NA $0.000 Anticipated Completion at NTP: NA 
Other _NA $1.130 NA 50.064 : 
Contingency NA $0.420 NA §0.000 @ or months lates NA 
Total hia $6,320 NA $0.534 % Construction Change Order: 0% 
. : . Design as Percent of Construction: 14% 
piste Oeste RE Bee Legacy Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $2.372 NA $0.056 
Construction NA $33.075 NA $0.000 Rntcibatedl Cam elevionractine: NA 
Other NA S9.878 NA $0.021 eat coe atee 
Conti NA $3675 NA §0.000 SOREN eet: Ne 
ee BES, : : % Construction Change Order: 0% 
Total NA $49.000 NA $0.077 : a 
Design as Percent of Construction: 7% 
ele ee UREEReRIEGE Brees) Other as Percent of Construction: 30% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.124 NA $0.484 
Construction NA $8.100 NA $0.000 ee ‘ : 
Ghar NA $1.267 NA $0,035 Anticipated eolpleticn at NTP: NA 
Contingency NA $0510 NA §0.000 mo) cnt sate: NA 
Total NA $11.000 NA $0.519 % Construction Change Order: 0% 
. : . Design as Percent of Construction: 14% 
ploip 260s TRE: BRIGE beeacy Other as Percent of Construction: 16% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.879 NA $0.514 
Construction NA 510.000 NA S0.000 fatal Gamat Ame: NA 
Other NA $1.688 NA S0.030 : 
Contingency NA $0.800 NA §0.000 COCCHI: NA 
Total NA $13.367 NA $0.544 % Construction Change Order: 0% 
a - : = Design as Percent of Construction: 9% 
eee Wines GDA: peeacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [04-Mar-22 | 
Design NA $2.705 NA $1.837 
Construction NA 526.500 NA S0.000 Anticipated Completion at NTP: NA 
Other _NA $3.006 NA S0.098 b 
Contingency NA $0501 NA §0.000 HOP MONENS ates Ne 
Total NA $32.712 NA $1.935 % Construction Change Order: 0% 
eA - - : Design as Percent of Construction: 10% 
PrsiDe QO26R SIE ERIOSE ESeaty Other as Percent of Construction: 11% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [29-Oct-21 ]| 20-Jan-22 
Design $0.559 $0.559 $0.000 $0.094 
Construction $2.943 $2.943 $0.000  $0.000 ber . : 
Other $2.834  $2.834 $0.000 $0.50 a tiaala cee oles es eee are 
Contingency $0.150 $0.150 $0.000 $0.000 or Cane con Grange Order 0% 
ial 36.485 36.485 30.243 Design as Percent of Construction: 19% 
ie Beate’ UMAES INDICE poeecy Other as Percent of Construction: 96% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.500 NA $0.000 
Construction NA $3.600 NA S0.000 Anticipated Comipietionat NIP: NA 
Other _NA $1.285 NA 50.000 # of ie fetes 
Contingency NA $0.215 NA $0.000 ohmeneis et: NA 
Total ; NA $5.600 NA $0.000 % Construction Change Order: 0% 
a : - - Design as Percent of Construction: 14% 
PISID: 26066 eee Legacy Other as Percent of Construction: 36% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.250 NA $1.036 
Construction NA 513.000 NA S0.000 Aytiajeated Ganaaiion nie: NA 
Other _NA S4.865 NA S0.203 ; 
Contingency NA $0.652 NA $0.000 LOONIE NA 
Total iA $19.767 NA $1.239 % Construction Change Order: 0% 
a : : Design as Percent of Construction: 10% 
FUE ree EO RIDGE pee), Other as Percent of Construction: 37% 
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OPERATING 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.273 NA $0.000 
POnstuelion ba 51.500 ae $0.000 Anticipated Completion at NTP: NA 
Other NA S0.567 NA S0.000 : 
Contingency NA $0.100 NA $0.000 POL CHU te. NA 
Total NA $2.440 NA $0.000 % Construction Change Order: 0% 
. : . Design as Percent of Construction: 18% 
PESIDEetsiP TARE QEERSTING Legacy Other as Percent of Construction: 38% 
eC. aes 
Budget Spent Advertise NTP Complete 
Initial § Projected Difference To Date Schedule: [L04-Feb=22 | 
Design NA $0.060 NA $0.042 
Construction NA $1.350 NA $0.000 Anticipated Completion at NTP: NA 
Other NA $0.540 NA S0.007 : 
Contingency NA $0.050 NA $0.000 AST MOUN Sate NA 
Total NA $2.000 NA $0.049 % Construction Change Order: 0% 
as . . Design as Percent of Construction: 4% 
PTSID: ‘26050 DEE OVEMENE paced Other as Percent of Construction: 40% 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [il=Feb=22 
Design NA $0.065 NA $0.022 
Construction NA $1.800 NA $0.000 NnticioatediCompletioncat NIP. NA 
Other NA S0.495 NA $0.031 tof Relate: 
Contingency NA $0.100 NA $0.000 uuu NA 
Total NA $2.460 NA $0.053 % Construction Change Order: 0% 
2 : : - Design as Percent of Construction: 4% 
Se ens EE POMENENS Eoeacy Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [LO4=Feb-229 9 Jun-22 J Jun-23 | 
Design NA $0.065 NA $0.043 
Construction NA $1.150 NA $0.000 Anticlpated Completion at NTP: NA 
Other NA $0.360 NA S0.007 P 
Contingency NA $0.050 NA $0.000 SE IQGN EDS Nate NA 
Total NA $1.625 NA $0.050 % Construction Change Order: 0% 
2 . : Design as Percent of Construction: 6% 
BISIES abo EE POUEMENT Eseacy Other as Percent of Construction: 31% 
Budget Spent Advertise NTP Complete 
Initial | Projected Difference To Date Schedule: [24-Feb-22 
Design NA $0.575 NA $0.316 
Construction NA 510.700 NA $0.000 Anticinatedi Completion ac Nir: NA 
Other NA $1.690 NA $0.033 vor he iate: 
Contingency NA $1600 NA §0.000 OE Sate) NA 
Total NA $14.565 NA $0.349 % Construction Change Order: 0% 
. - : Design as Percent of Construction: 5% 
EIS Ie erie ER EMER Essay: Other as Percent of Construction: 16% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.537 NA $0.131 
Construction NA $26.108 NA $0.000 Anticigated Completion at NIP: NA 
Other _NA $5.262 NA S0.050 : 

: # of months late: NA 
Contingency NA $1.853 NA $0.000 Maerua ch Gide 0% 
Total NA $33.760. NA $0.181 ee ee : 

: Design as Percent of Construction: 2% 
ETSI nee Tere Pp vENIENT Leeaey Other as Percent of Construction: 20% 
Budget Spent Advertise NTP Complete 


Initial Projected Difference To Date Schedule: 
Design $0.389 $0.389 $0.000 $0.330 
Construction $7.981 $7.981  $0.000 $0.000 ee : : : 
Other §2.250  $2.250 $0,000 $0.095 plea aeee alla SEN: 30-Apr-23 
Contingency $0.400 $0.400 $0.000 $0.000 oe ceneienan renee Order 0% 
oral $11.019__$11.019 30.425 Design as Percent of Construction: 5% 
Piles Hitec LES TE MEIN! EEeaty Other as Percent of Construction: 28% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $1.260 NA $0.083 
Construction NA $11.340 NA S0.000 Anticipated Completion at NTP: NA 
Other NA $2.940 NA $0.022 : 
Contingency NA $1.260 NA $0.000 eof montis NA 
Total NA $16.800 NA $0.105 % Construction Change Order: 0% 
2 : = Design as Percent of Construction: 11% 
Ep eat WE cay EEN sical Other as Percent of Construction: 26% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $2.418 NA $0.000 
Construction NA $21.763 NA $0.000 Anticipated Completion at NTP: NA 
Other _NA $5.642 NA S0.000 # of eal ape 
Contingency NA $2.418 NA $0.000 SuMOn te ale: NA 
Total NA $32.242 NA $0.000 % Construction Change Order: 0% 
a : : . Design as Percent of Construction: 11% 
SBC OUES IPED EOvEMIENT Lona Other as Percent of Construction: 26% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design $0.816 $0.816 S0.000 S0.696 
Construction $4.981 $4.981 S0.000 $0.000 a: F : : 
Other $2.864  $2.864  $0.000 0.620 a gaat een 31-Aug-23 
Contingency $0.251 $0.251 $0.000 $0.000 SE CareRtienian change Grader 0% 
Total $8.911 $8.911 $1,316 Design as Percent of Construction: 16% 
PisiD: Gos2t) ES EV EMENT Eseeey Other as Percent of Construction: 57% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.290 NA $0.000 
Construction NA $2.700 NA S0.000 Aniciparedicanpletionainile: NA 
Other NA $0.740 NA $0.000 # of eee 
Conti NA $0.270 NA $0.000 ONES ate NA 
OnEINEeNCY : i % Construction Change Order: 0% 
Total NA $4.000 NA $0.000 8 - 
: Design as Percent of Construction: 11% 
PERE ete UES MESS Be! Other as Percent of Construction: 27% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.317 NA $0.000 
Construction NA $7.100 NA S0.000 Anticipated: Completion at NTP: NA 
Other NA $1.045 NA $0.000 : 
Contingency NA $0.350 NA $0.000 f OL MON 1 ate NA 
Total ; NA $8,812 NA $0,000 % Construction Change Order: 0% 
. > 7 Design as Percent of Construction: 4% 
pesl 20080) TICE: PAVEMENT Legacy Other as Percent of Construction: 15% 
TRAFFIC 
Budget Spent Advertise NTP Complete 
Initial © Projected Difference To Date Schedule: [2 uj 
Design NA $0.158 NA $0.089 
Construction NA $1.940 NA S0.000 Anticlpated Completion ‘at NTP: NA 
Other NA S0.656 NA $0.025 # : 

: of months late: NA 
Contingency NA $0.291 NA $0.000 94 Construction Change Onder: 0% 
Total NA 53.045 NA $0.114 ; i 

= Design as Percent of Construction: 8% 
peelBeaeos OTE: TBE Legacy Other as Percent of Construction: 34% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.407 NA $0.005 
Construction NA $2.640 NA S0.000 Anticipated’ Completion-at NIP: NA 
Other NA $1.012 NA $0.022 : 
Contingency NA $0.341 NA $0.000 ek plein EMS: NA 
Total ; NA $4.400 NA $0.027 % Construction Change Order: 0% 
= - Design as Percent of Construction: 15% 
pee UAB Es UNAUEUS paste) Other as Percent of Construction: 38% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.525 NA $0.243 
Construction NA $4.725 NA S0.000 anticipated Completion at NTP: NA 
Other NA $1.225 NA S0.024 : 

: # of months late: NA 
Contingency NA $0.525 NA S0.000 oF Conetricten Chanaeorden 0% 
Total NA $7.000 NA $0.267 8 a 

= Design as Percent of Construction: 11% 
PTSID:;26070 TYEE URAEEIE Legacy Other as Percent of Construction: 26% 
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Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.403 NA $0.290 
Construction NA $2.323 NA S0.000 fated Gan detionet Ane: NA 
Other NA $0.984 NA $0.042 
Contingenc NA $0.290 NA §0.000 sos icons faites NA 
Total gency NA $4.000 NA $0.333 % Construction Change Order: 0% 
a - - : Design as Percent of Construction: 17% 
Pee Beret UNE Ue? Eeeecy Other as Percent of Construction: 42% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [17-Nov-21 ] 15-Feb-22 
Design S0.446 S0.446 S0.000 $0.383 
Construction $2.783 $2.783 $0.000 $0.000 it ; : : 
Other $2.135 $1.550  ($0.585) $0.079 fe nce da a NTR: eee 
Contingency $0.140 $0.140 $0.000 $0.000 aa Coneeriction change Sndee 0% 
Total 35.504 $4.919 30.462 Design as Percent of Construction: 16% 
peel ea0st LR ade Eeeaty Other as Percent of Construction: 56% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.642 NA $0.448 
Construction NA $2.060 NA $0.000 mnteieatedicamelevienrat tne: NA 
Other NA S0.594 NA $0.113 ot fpoleces 
Contingency NA $0.204 NA $0,000 DEMON late NA 
Total NA $3.500 NA $0.561 % Construction Change Order: 0% 
ok : = Design as Percent of Construction: 31% 
PUES Gihees| UME se BERS penaky Other as Percent of Construction: 29% 
Budget Spent 
Initial Projected Difference To Date Schedule: 
Design S0.035 $0.035 S0.000 S0.000 
Construction $5.875 $5.875 50.000 S0.000 Sf : . : 
Other $1014 $1.014 $0,000 $0.011 eee aENTE: 30-Jun-24 
Contingency $0.195 $0.195 $0.000 $0.000 oP ance tian Change Cider 0% 
Total $7.119 $7.119 $0.011 Design as Percent of Construction: 1% 
fate aay TEES BATES Legacy Other as Percent of Construction: 17% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $0.206 NA $0.000 
Construction NA $2.500 NA S0.000 Aisne Gam aatonannne: NA 
Other _NA S0.966 NA S0.000 iar fhe (aro: 
Contingency NA 60.327. NA $0.000 Sees ee NA 
Total NA $4.000 NA $0.000 % Construction Change Order: 0% 
=a - : Design as Percent of Construction: 8% 
IE ZONES Males Utes peeacy Other as Percent of Construction: 39% 
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TRANSIT 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: [2% 
Design NA $0.323 NA $0.000 
POnstuchen ba 91.500 as 30.000 Anticipated Completion at NTP: NA 
Other NA $3.177 NA $3.041 # of Bellata: 
Contingency NA $0.000 NA $0.000 Of Meee late: NA 
Total NA $5.000 NA $3,041 % Construction Change Order: 0% 
. : . Design as Percent of Construction: 22% 
PISIPs 0078 THEE? TRANS mye Other as Percent of Construction: 212% 
Budget Spent Advertise NTP Complete 
Initial Projected Difference To Date Schedule: 
Design NA $2.500 NA $3.922 
Construction NA $20.707 NA $0.000 Anticlpateacompletionat NTPs NA 
Other _NA $1.793 NA S0.727 , 
Contingenc NA $0.000 NA §0.000 fp Miontn sat Ne 
Total gency We $25.000 NA $4.649 % Construction Change Order: 0% 
ois : : Design as Percent of Construction: 12% 
Pe eee ea! beeeey Other as Percent of Construction: 9% 
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Project Summary Lists 
Insert A 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY17 
BRIDGE 
0170C Baker Pines Bridge No. 593 RIC A-1 10 _ Ea me 75 
0114L Central RI Bridges - Group 12 (29 Bridges) a aT 02 EZ Es Rem 60 
C;WAR;WGR;WST 
0114S Cumberland |-295 Corridor Bridges (37T - |) CUM A 40 7 Bey Ae sco 
0168H Hope Valley Bridges (69D) covirossHoP; RAT 860 5 i is 
0143W Horton Farm Bridge No. 472 (57M) EPR A 10 OE _ Hi 38M 3137 
0013M 1-195 Corridor Bridges (77) EPR; PVD 2 23 x TE GE $128 
0414U_ 1-295 Bridges Contract 2 JOH A2 60 Si eas GD gus 
0114T 1-295 Bridges Contract | CRA A2 40 =i Hes BeeO 3201 
0114R 1-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T PAW A2 40 x TE ovun-22 $210 
0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683, 68 “AR A2 20 Si Meas Bee $193 
0114N Oxford Street Bridge No. 653 (2T) PVD B38 10 i as Bem 9 
0016J Pine Street Bridge No. 548 (31) PAW 3 10 kt im Mm 37. 
0027B Reconstruction of the Route 6/10 Interchange PVD A:3 9 0 May-17 Dec-17 ‘Nov-23 $269.8 
0013L Route 146 Corridor Bridges (38) NSM 3B 20 a Es Re 06 
0014F Simmonsville Bridge No. 326 (57C) JOH A3 0 7 SE aa ois 
0168C Victory Highway Bridge No. 589 (71) WGR 410k? Hi Ea ities 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T HOP;RIC 4 10 ze Geet 86 si21 
40 36 $475 
PAVEMENT 
0173U 1R Improvements to Winsor Avenue JOH; SCI A-6 0 0 Sep-17 Jan-18 | 
0007C East Main Road 1R Improvements POR oo 00 a i HE icc 
0088A 1-95 Resurfacing (Rt 2 to Service Avenue) WAR Cos 00 i Hi Hi 307 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAW Oo 0 i i Ham 330 
0081D Improvements to US Route 1 (South Kingstown) SKS A-6 0 0 Sep-17 Feb-18 AUS $5.0 
0081K Pavement Preservation to Rt 1A (Newport Ave) Paw A-7 0 0 Sep-17 Jan-18 a3. 
0081W Route 146 Improvements LIN;NPR;PVD A760 0 Fl C45 
0081R Route 24 Improvements POR A-7 0 0 Sa ea Cee 52 
0166H Route 4 Improvements, C-2 EGR;NKS;WAR  A-7 10 Sk Ey mem ut 
0173S Snell Road Improvements LCM wy i i Ee ios 
0173Z US Route 6 Hartford Ave JOH; SCI as 0100 Ei i EH 60 
0165V Woodville Road Improvements HOP; RIC AS 600 (00 ASE Bf 
00 $49 
TRAFFIC 
0025E Coventry - Local Safety Improvements cov A-9 0 0 ma Se Meee 400 
0025F Cranston - Local Safety Improvements CRA A-9 0 0 Aug-17 Nov-17 RO 8405 
0153T Diamond Hill Road Improvements at Mendon Road WN A-9 0 0 Bep-17 Jan-18 Ge S16 
0025J High Friction Surface Treatments 2016 STATEWIDE AQ 00 ——? Boy Sey tos 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Cu SKS 9 00 a Tm Spe 407 
0061K Improvements to Rt 44/100 Intersection and Chepachet Riv ¢L° A-10 0 0 Beneie) Mar-17 May-18 $1.5 
0011D Intersection Safety Improvements Newport, Warwick, Johns YOH*#NPT;WAR A140) 0 0 Sep-17 Jan-18 Nome $1.1 
0025P Statewide Road Diet 2017 STATEWIDE A410 0 0 Fi SG AOR tos 
0072J Traffic Signal Optimization, C-3, 2016 STATEWIDE AD 0 kA Ot 
00 $8 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
RP Advertise NTP Sub Complete Budget (SM) 
TAP/OTHER 
0021U_ Blackstone Bikeway 8C NSM; WNS A-8 0 0 a 36S | 528 
0006A Rhodeworks Toll Facilities STATEWIDE AS 0 0 (RSMO  [(BRSRM vec-22 $463 
0 0 $49 
STORMWATER 
0166M High Street/Kingstown Road Stormwater Mitigation SKS Bs 0 i” _ Ham 402 
0 0 $0 
OPERATING 
0084C 2017 Crack Sealing Limited Access STATEWIDE AA 60O§ OD CC dSCiéS0S5 
0084B 2017 Crack Sealing North and East Regions STATEWIDE AA lQlO0l—CCdCiéSG05 
0084A 2017 Crack Sealing South and Central Regions STATEWIDE A4 00 Ei Ey Ge tos 
0086Y 2017 Paver Placed Elastomeric Surface Treatment a SKS;T A.5 0 0 Apr-17 Jun-17 Bechay| $1.2 
0086X 2017 Rubberized Asphalt Chip Sealing COTO AS. 10) 0 Apr-17 Jul-17- = Jun-18 = §2.0 
0073M 2017-2018 Statewide Pavement Striping -North ae =f | lO 
M; PAW; SMI; WNS 
0201V I-95 Corridor Preservation - Bridge Washing (58C) CRA;PVD;WAR ~A.5§ 718  MeyEil Gi Mey 453 
0073J Statewide Pavement Striping Eastbay 17-18 STATEWIDE A5 0 0 —o——? Sey 66GSE Olsi9 
7 18 $14 
Number of In design Advertised  InConstruction Complete Total 47 54 $595 
Projects: 0 0 3 46 49 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY18 
BRIDGE 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR ESR PREM Red OG eo 0 xe = eet 
0013P Bridge Group 06 - PVD PVD 1 60706 es Bessa 
0013G Bridge Group 09 - CRA, JOH CRA; JOH AN 09 =e as My 328 
0013S Bridge Group 13A - Rt 146 C-1 NSM; PVD A160 70 PS Sts 
0013U Bridge Group 15A - East Bay BAR;EPR;WRN ~A-11 0 18 (Cems) (GSGEis GSR $65 
0015A Bridge Group 15B - Aquidneck Island arte Ag, 3020 Seas, CCC DSi55 
0017E Bridge Group 16-13 - Woonasquatucket Br PVD A122 10 Sa Beoete 6 ltG7 
0114V Bridge Group 35T-8 - |-295 C-3 JOH 220 kt ea i 407 
0017G Bridge Group 38C - Geneva Pond PVD A12 10  £Meyes emis MOM 326 
0114J Bridge Group 387-12 - Rt 146 Farnum Pk NSM nts2 ha => Be 5100 
0015B Bridge Group 46A - Lafayette Rd NKS A133 1 0 ees 86S =D g54 
0145Q Bridge Group 48A - Howard Rd cuM BB 10 HZ > Ba 317 
0143A Bridge Group 57K - Big River WGR B06 i”? iz Hm 3 
0201A Bridge Group 58B - Railroad Ave BUR 3 10 ew? Ge Meme 417 
0201B Bridge Group 58E - Barbs Hill Rd cov 3 10 st a Bem s5 
0194C Bridge Group 59A - Park Ave RR CRA A14 1 0 (ERM BBR 8 aus-22 $69 
0014D Bridge Group 59B - Centerville Rd WAR 410 = a Sa M42 
0014Z Bridge Group 62T-11 - Louisquisset Pk LIN A144 10 SS 86RD Sep-22) $17.7 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp PVD A144 10  MeyEts aoe Mie 337 
0170B Replacement of the Park Avenue Bridge No. 480 Superstru CR& A-14 1 0 Jul-18 Sep-18 RO 422 
13 70 $113 
PAVEMENT 
0012Q I-195 Relocation - C-17 - Waterfront Parks PVD 6 00 Be aa Se 61 
0012T |-195 Relocation - C-18 - Gano St PVD 16 600 (00 BS TS RMD $1.6 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) BAR A177 600 (0S MS) CBSE Ce Ssi527 
0165J Railroad St (Manville Hill Rd - Rt 126) LIN A760 0 SS g23 
0173K Rockland Rd (Central Pk to Danielson Pk) SCI Ty 00 === ae ere st 
0130E Rt2- Reservoir Ave (Sockanosset Cross Rd - Rt 12) CRA yk = Bem ws 
0061A Rt44-C-3B (RIDOT Maint Facility- W. Greenville Rd) SLO SMI Ty 00 i Hy EH 375 
0138B Rt6A - Hartford Ave C-2 (Rt 5 - Killingly St) JOH 18 00 == Tie Cee 313 
0 0 $27 
TRAFFIC 
0025S 2018 Roadway Departure Mitigation - C-1 ENNIS 0 Jun-18 Oct-18 = Oct-19 $0.8 
R 
0025K 2018 Intersection Safety Improvements - Statewide BorverrsLine? A148 0 0 i a ius 
0011E Aquidneck Avenue HSIP MID Ai960 «0)=S BSS ST Ms $05 
0076Z Aquidneck Avenue Improvements my A-19 0 0 Dec-17 Feb-18 Aug-19 $1.8 
0072Z HSIP - Rt 1, S. County Median Guardrail CHA; WES “9 00 Sais Mes My 422 
0025N Intersection Safety Improvements 2017 Statewide a a ee Feb-18 May-18  Sep-19 $21 
0073X Intersection Safety Improvements to Rt 114 between Bear CUM A-19 0 0 Mar-18 Jun-18 Jun-20 $7.3 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Cro 5“! A-20 0 0 Jul-18 Oct-18 Cm 8406 
0071P Metacom Avenue - HSIP BRI; WRN A-20 0 0 Aug-18 Oct-18 Feb-20 $3.1 
0025Q Roadway Departure Mitigation - Guardrail and Median Impr NSM WAR A200 00 x Ey ER sic 
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PTSID Project Name Locations Page = BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
0091S Roadway Departure Mitigation - Systemic High Friction Surf CRA* GLO A2 00 =i es GD 408 
0073S Rt 146 Guide Signs - C-1 - North NSM A20 0 0 (GeaEis Meeete Gee f15 
0162A SRTS - C-1 (Cra, Epr) CRA; EPR n060 ka hs Bam 411 
0080H STC - Allens Avenue at Terminal and Ernest PVD an 0600 ER mas MED 408 
0080C STC - Statewide Pedestrian and Intersection Safety Improv BAR/CUMZEGRJ A21 0 0 Gen=ts) §epeis peri $12 
V;WAR;WST 
0 0 $26 
TAP/OTHER 
0021S Blackstone River Bikeway - 8B-1 wns A18 0 0 ees) «= M25 
0026P Trestle Trail Bridges - West cov SBS 00 ER = Te ia 
0 0 $7 
OPERATING 
0105C 2018 Crack Sealing Limited Access STATEWIDE Ah l0l0lCO C503 
0105F 2018 Crack Sealing North and East Regions STATEWIDE A415 0 0 FeG=” Maes Spey $07 
0105B 2018 Crack Sealing South and Central Regions STATEWIDE = A456 0 0 SE ss SC CCCéGK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1  JAM/NSMASCT/NA15 0 0 Bega «0S Sees T1122 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 ae — PVDiS A-15 0 0 May-18 Aug-18 Bem $26 
0105E 2018 Rubberized Asphalt Chip Seal C-1 BuRrcovicumsF A416 60 0 i i si 
0105A 2018 Rubberized Asphalt Chip Seal C-2 eae 0 0 ms as Ce 15 
0131L Salt Storage Facility - Portsmouth POR bt i” = hmm 12 
00 $10 
TRANSIT 
9007Q Pawtucket/Central Falls Commuter Rail Station and Bus Hu PAW A-21 0 0 Apr-18 Oct-18 Mar-23 $35.8 
0 0 $36 
Number of In design Advertised In Construction Complete Total 13 70 $219 
Projects: 0 0 3 51 34 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY19 
BRIDGE 
0013A Bridge Group 01 - PVD PVD A22 0 5 MEMS (GRR sep-22 $201 
0013N Bridge Group 03 - I-95 PAW 2 01 eo Ce Mem $103 
0114W Bridge Group 12A - Sandy Bottom cov A22 1 0 [ER GBB ooct-23 952 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI ee ieee Ag Geil -22— $068 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI PosrvOnrEY Dee A220 5 Sep-19 Nov-19 Jul-21 $32 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BuRcomLINN 23 0 16 ss 
0031Y Bridge Group 18B - EGR, NKS EGR; NKS 23 01 as Ae Me §28 
0114X Bridge Group 40A - Hawkins PVD B1»oe® Hm Hm 322 
0015D Bridge Group 40B - Bath St East PVD 210 a a ly 
2601G Bridge Group 44A - Silver Creek BRI A232 10 eS Bape Meme 331 
2601E Bridge Group 51A - Rt 37 C-2 CRA; WAR A2 411 Spe GEG 3 may-23 $578 
0143C Bridge Group 54A - Kingston Rd Bridge RIC A224 10 == Gem Gee si46 
0156D Bridge Group 58A - Division St EGR A246 11 (00 i i Nov-22 $157 
0014M Bridge Group 62 - Manville Br cuM wmii?ses kt iz Tm 370 
12 82 $155 
PAVEMENT 
0105H 2018 Crack Sealing South and Central Regions C-2 STATEWIDE A25 0 006 6 )3—s sd) CG 
2602B 2019 Crack Sealing North and East Regions C-1 STATEWIDE A.25 0 0 feo GES GSE $05 
2602C 2019 Crack Sealing South and Central Regions C-1 STATEWIDE A25 0 0 f= Gi Gm 06 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1  cov;cra;cum ~.25 0 0 SERED BES GSE $138 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 er ree A-26 0 0 Jan-19 Apr-19 me $33 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 BRTVBPR;JOH;/SA-26 0 0 a iD ew sis 
2601Z 2019 Rubberized Asphalt Chip Seal BUR;NsMRIC A26 0 0 | Si 8 86RD gt 5 
2601C 2019 Rubberized Asphalt Chip Seal C-1 BUR;GLO;ScI A26 0 0 <i Ee RPE f10 
0004D Broad St Regeneration CFA;CUM;PAW ~.26 0 0 Fi? GRR 8 sun-23) $130 
0173G Central Pk & Battey Meetinghouse Rd SCI whee Zt >_ am 333 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) cov A277 (00 Sus 
Q055L Old Tower Hill Rd (Rt 108 - Rt 1) SKS Aa” 00 Ss Ce Se 323 
0050A Pell Bridge Ramps - Phase 1 MID; NPT A27)60l0 0) eis 633 
0076R Rt 44 - Taunton Ave (Rt 14/114 - Mass SIL) EPR A227 00 = Be Gy 330 
0081Y Rt6 - (Rt 102 - Rt 101) SCI 2 00 St Ee Me $62 
0081J Rt78(Rt1-Conn SIL) WES 22 00 Cees Eee NOM 334 
0 0 $49 
TRAFFIC 
0192J High Friction Surface Treatment - |-95 Curves Pawtucket, R PAW A-28 0 0 May-19 gul-19 GG s1.8 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Im STATEWIDE A-28 0 0 Nov-18 Fepa19) Reems. 
2601U SRTS - C-1A (Bar) BAR A22 00 Sez My Ree 11 
0162G SRTS - C-2 (Nar) NAR 2 00 =o Tm Mem 313 
0162H SRTS - C-3 (Smi, Wns) SMI; WNS A2 00 k= My Ge 410 
0080E STC Misc Improvements 2018 covicumtiniN 29 60 0 tts 
I;WAR 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 


R P Advertise NTP Sub Complete Budget (SM) 


2601H STC Misc Improvements 2019 COV;EPR;HOP;J A299 0 0 x Ee Me sis 


OH; LIN; NPR; NS 
M; POR; TIV; WES 


;WGR 
0 0 $10 
OPERATING 
9003E Materials Lab - Quality Assurance EyD A-24 0 0 Dec-18 Apr-19 Gag lg29 
0131M Salt Storage Facility - East Providence EER A-25 0 0 Jul-19 Geeeao) Cae 52.1 
0 0 $5 
Number of In design Advertised In Construction Complete Total 12 82 $219 
Projects: 0 0 6 33 39 
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Construction 
NTP Sub Complete Budget (SM) 


PTSID Project Name 


FFY20 


BRIDGE 
0013R Bridge Group 10 - |-295 


2601A Bridge Group 43A - Mohegan 

0017B Bridge Group 49 - Henderson 

0145C Bridge Group 53 - Union Village RR 
0018B Bridge Group 75T-5 - I-95 Viaduct NB 


PAVEMENT 
2603B 2020 Crack Sealing Limited Access C-1 


2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 
2603A 2020 Rubberized Asphalt Chip Seal C-1 


0078V ADA Improvements to Greene Lane 

0079P Danielson Pk (Rt 102 - West Greenville Rd) 
0082D 1-95 (Charles St - Lonsdale Ave) 

0173C Rt115 Main St. (Rt 116 To Jackson Flat Rd.) 
0172N Rt 1A, Old Post Rd Charlestown 

0079B Rt5-Lambert Lind Hwy C-1 (Mayfield Ave - I-95) 


TRAFFIC 
0091P HSIP - Crosswalk & Sign Enhancements 


2603P HSIP - Crosswalk & Signal Improvements 2020 


0153K HSIP - Intersection Safety Improvements - 2020 
2601Y HSIP - Roadway Departure Mitigation - 2020 
00701 HSIP - Signalization of Allens Ave. C-5 

2602L STC - 1-295 SB at Bald Hill Rd 

2602M STC Improvements - 2020 


Locations Page 
SMI A-30 
BUR A-30 
EPR; PVD A-30 
NSM A-30 
PVD A-30 


CRA;EXE;HOP;P A-3{ 
VD; RIC; WES; WG 
R 


COV; JOH; SMI;W A-34 
ST 
COV;POR;RIC;S A-3{ 
CI 


MID A-31 
SCI A-31 
PAW; PVD A-32 
SCI A-32 
CHA A-32 
CRA; WAR A-32 


CRA; POR; PVD;R A-32 
IC;WAR;WGR 
CRA;MID;NKS;N A.33 
PT; PVD; WRN; WS 

T 


PVD A-33 
STATEWIDE A-33 
PVD A-33 
WAR A-33 


NAR;NKS;NPR;W A-34 
ES 


Number of In design Advertised In Construction 


Projects: 0 0 it 


Complete 


Total 
14 21 


A-53 


BRIDGES 
R P 


Schedule 


Advertise 


q 
ie 
5 
N 
N 


q 
ft 
Si 
1 
N 
Ww 


$13.0 
$6.0 
$66.1 
$3.4 
$213.4 
$302 


$1.4 


$1.6 
$1.3 


$1.5 
$4.8 
$4.5 
$1.6 
$0.9 
$14.1 
$32 


$1.5 
$1.4 


$0.9 
$2.3 
$3.1 
$1.3 
$1.0 


$12 
$345 


PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY21 
BRIDGE 
2603N Rt 146 Reconstruction SINNER NOME AS Al 4 ee ts 26 $1674 
2603F Bridge Group 32 - |-95 CRA; PVD A356 2 0) SiR Nov-23-90 
0016N Bridge Group 35 - |-295 SMI A356 1 (0) GG iM 24 50922 
2602X Bridge Group 45C_H - Cottrell WES A35 1 0 GD RR fpr-23 926 
0013D Bridge Group 51B - Rt 37 C-3 CRA; JOH A356 120 BMC Apr-22 0 Nov-26 $63.3 
0201L Bridge Group 57J - Browning Mil EXE A3606CU0 22 CM Ci 
2604M Bridge Group 57T-10 - |-195 Washington North Phase 2(R EPR; PVD A686 33 0 MMC iM Ct 26 $505 
0014N Bridge Group 59C - Reservoir Ave RR PVD A366 1 (00 si ie CCCéiétece-22-S 7,99 
0032B Bridge Group 69E - Hunts Mills EPR A366 1 (00S (a ict - 23 $55 
16 7 $345 
PAVEMENT 
2604C 2021 Crack Sealing North, South, Central Regions C-1 SLATEWIDE A370 s(O0 Mar-21 May-21 $0.8 
2604A 2021 Paver Placed Surface Treatment C-1 STATEWIDE ~37 0 0 <== imma $3.2 
2604B 2021 Rubberized Asphalt Chip Seal C-1 STATEWIDE A.37 0 0 Meamall  Mayeaa $1.2 
0083R Birch Swamp & Schoolhouse Rd (Market St-LongLn) = WRN A376 0 0s Mi (is GD $3.7 
0012X 1-195 Relocation - C-19 - Parks/Bridge Compltion ev A-37 60 (0 Apr-21 gul-21 $0.5 
2604D I-95 SB High Speed Lane Resurfacing EXE;WGR A-38 0 0 Dec-20 Mar-21 $0.2 
0050B Pell Bridge Ramps - Phase 2 NPT A338 0 3 WOME20 (GURRAM dec-24 $580 
0 3 $68 
TRAFFIC 
0091U HSIP - Intersection Safety - Route 6 & 7 Fos;JOH/SCI7S A38 0 0  [BEGE20  HSEEBH $2.5 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave CRA A338 0 0 Geo  Genmaa $2.1 
2603S _HSIP - Roadway Departure Mitigation - 2021 cra;LInssMi;W A39 0 0 [i HER osun-22 g09 
0025Z Intersection Safety Improvements 2019 C-2 JOH; PVD; A-39 8600 (0 eCAy-23 GG 
0011U Mileage Based Exit Renumbering C-4: |-95 (Re-advertised) CRAZEGR/=XE:H A390 0 CACC 22 009 
C;WAR;WGR 
0162D SRTS-C-4 (Wrn) WRN A396 0 0 (Mt 23 93,7 
0 0 $15 
STORMWATER 
2601W Rt 1 - Post Rd (NKS) - Drainage NKS A338 60 (00S RR RM ay-23 $55 
0 0 $6 
OPERATING 
0131N Salt Storage Facility - Pawtucket PAW A-36 60 (0 Moyea MC Sep 22 1.9 
0 0 $2 
Number of In design Advertised In Construction Complete Total 16 10 $435 
Projects: 0 1 17 6 24 
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PTSID Project Name Locations Page BRIDGES Schedule Construction 
R P Advertise NTP Sub Complete Budget (SM) 
FFY22 
BRIDGE 
0188A Barrington & Warren Bike Path Bridges BAR; WRN A402 0 [BRB 8 Jun-22 Nov-25 $70 
2603M Bridge Group 04_R - Huntington CRA; PVD A40 6 2 Sep-22 May-23 Jun-28 $64.1 
0031Z Bridge Group 13B - Rt 146 C-2 LIN; PVD A4O 0 3 [RBBB May-22 Dec-23 $42 
0013T Bridge Group 14 - Rt 99 CUM; LIN A-40 0 4 Aug-22 Nov-22 Dec-24 $33.1 
2603G Bridge Group 33A - |-295 Providence St. WST A-40 1 0 Apr-22 Jun-22 ‘Jun-24 $8.1 
0016Q Bridge Group 37 - |-295 Mendon cum A41 1 0 May-22 Aug-22 May-25 $10.0 
0016R Bridge Group 39 - Rt 146 LIN; NPR A41 4 0 (BBB May-22 Sep-24 $265 
0016U Bridge Group 42A WAR; WST A441 12 [i EO l-23) g29 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) CHA; RIC A-41 0 0 Aug-22 Dec-22 Jul-24 $3.6 
0139D Bridge Group 54B - Rt 138 Kingston Station RR SKS A-41 1 0 Sep-22 ‘Dec-22 ‘Dec-27 $13.0 
16 11 $173 
PAVEMENT 
2605C 2022 Crack Sealing C-1 STATEWIDE A42 0 0 (BBM Jun-22 Nov-22 $14 
2605A 2022 Paver Placed Surface Treatment C-1 STATEWIDE  ~A-42 0 0  (BBBE@B sun-22 Nov-22 $18 
2605B 2022 Rubberized Asphalt Chip Seal C-1 STATEWIDE A42 0 0 ([iBBM@) Jun-22  Jun-23 $42 
0074Q Airport Connector & Rt 1/1A Post Rd. WAR A42 0 0 [RR yun-22-) Oct-23 $107 
0082S Boston Neck Rd & South County Tr pangs NKS;R A-43 0 0 Aug-22 ‘Feb-23 ‘Jun-25 $26.1 
0082N East Shore Expwy & Wampanoag Tr BAR; EFR A430 0 Mar-22 ‘Apr-23 $8.0 
2604S 1-95 (SR) (Connecticut S/L to RI-138) HOP; RIC A430 0 Sep-22 ‘Dec-22 Dec-23 $11.3 
2605G Interstate Resurfacing (I-95 and |-295) CRA; JOH; PAWS A430 0 Sep-22 Jan-23 Jun-24 $21.8 
MI;WAR;WST 
0082U Rt 138A - Aquidneck Ave (E Main Rd- Green End Ave) = MID A43 0 0 Bee Mee aug-23 $50 
2605V Statewide Resurfacing Se coe 7 sae : A444 0 0 Apr-22 Jul-22 May-23 $2.7 
R 
2605U US-6, RI-94, Reynolds Rd, & East Rd aed aoa JOH; P A.44 0 0 May-22 ‘Aug-22 ‘Jun-24 $7.1 
0 0 $97 
TRAFFIC 
2604N HSIP - High Risk Rural Roads Improvements 2021 CRA;EXE;FOS ~.44 0 0  [BBMMB aApr-22 Jul-23 $19 
2604P_ HSIP - Intersection & Crosswalk - East-South - 2022 ore NAR; NKS;W A-44 0 0 May-22 Aug-22 ‘Dec-23 $2.6 
2604Q_ HSIP - Intersection & Crosswalk - North-Central - 2022 BUR;/LIN/NSM/P AAS QQ May-22 Aug-22 Dec-23 $4.7 
2603U_HSIP - Intersection & Crosswalk Improvements East Bay- “2D; POR A45 0 0 fpr 22 Jun-23 $2.3 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 pens SKS;WA45 0 0 ao ius 23 58 
0102R Rt 138 & Rt 112 Roundabout REC A-45 0 0 Aug-22 ‘Dec-22 ‘Jun-24 $2.1 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) LIN;NPR;PVD ~.45 0 0 (RGEC RRA 8 sun-24 $59 
2605X Statewide Congested Corridor Upgrades STATEWIDE A44 0 0 Sep-22 Dec-22 Apr-24 $2.5 
0 0 $25 
OPERATING 
0131P Salt Storage Facility - Newport Nee A42 0 0 Jun-22 Oct-22 ‘Jun-24 $1.5 
0 0 $2 
TRANSIT 
9009B Pawtucket/Central Falls Transit Center Parking Lot CFA; PAW A46 0 0 Meee Jun-22 Oct-22 $1.5 
9005V Providence Station Improvements SOGR PVD A46 0 0 (RBBB 8 osun-22 © Dec-22 $207 
0 0 $22 


A-55 


PTSID Project Name Locations Page = BRIDGES Schedule Construction 

RP Advertise NTP Sub Complete Budget (SM) 
Number of In design Advertised In Construction Complete Total 16 11 $318 
Projects: 16 11 5 0 32 


A-56 


Changes from Last Quarter 
Insert A 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
2603M Bridge Group 04_R - Huntington Project solicitation changed from design bid build to design build. 
NTP 12/31/2022 _ 5/31/2023 Ba 


2603G Bridge Group 33A - I-295 Providence St. Previously unknown utility conflict identified just prior to advertisement which 
required design modifications. 


Advertise 3/31/2022 _ 4/30/2022 RS 
0016Q Bridge Group 37 - |-295 Mendon Delay due to design revision. NTP and Substantial Completion adjusted accordingly. 
Advertise 2/28/2022 5/31/2022 


NTP 5/31/2022 8/31/2022 
Substantially Complete 9/30/2024 5/31/2025 


Advertised 
2605C 2022 Crack Sealing C-1 Accelerated Advertisement. 
Advertise 3/31/2022 2/4/2022 N55 
2605A 2022 Paver Placed Surface Treatment C-1 Accelerated Advertisement. 
Advertise 3/31/2022 2/11/2022 8 
2605B 2022 Rubberized Asphalt Chip Seal C-1 Accelerated Advertisement. 
Advertise 3/31/2022 2/4/2022 N55 
0074Q Airport Connector & Rt 1/1A Post Rd. Achieved Advertisement. 
Advertise 2/28/2022 2/24/2022, 
0031Z Bridge Group 13B - Rt 146 C-2 Achieved Advertisement. 
Advertise 2/28/2022 2/21/2022 7 
0016R Bridge Group 39 - Rt 146 Delay due to design modification of construction staging at one of the bridges to 
improve construction efficiencies. 
Advertise 2/28/2022 3/4/2022 
0013D Bridge Group 51B - Rt 37 C-3 Proposal evaluation process took longer than expected. 
NTP 3/31/2022 4/30/2022 RO 
2604N HSIP - High Risk Rural Roads Improvements 2021 Achieved Advertisement. 
Advertise 2/28/2022 _ 2/18/2022 0 
9009B Pawtucket/Central Falls Transit Center Parking Lot Achieved Advertisement. NTP is late due to 3rd party delay. 
Advertise 3/31/2022 syocr7 al 
NTP 5/31/2022 6/30/2022 
9005V Providence Station Improvements SOGR Achieved Advertisement. 
Advertise 3/31/2022 3/29/2022 ND 
In Construction 
2603N Rt 146 Reconstruction Administrative Delay. 
NTP 2/28/2022 3/18/2022 
0016U Bridge Group 42A Achieved NTP. 
NTP 1/31/2022 1/20/2022 A) 
0032B Bridge Group 69E - Hunts Mills Two 4F FHWA permit requirements were identified in the scoping process that 
delayed the ability to NTP. 
NTP 1/31/2022 3/18/2022 AB 
0082N East Shore Expwy & Wampanoag Tr Administrative delay due to inclement weather. 
NTP 2/28/2022 3/1/2022 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 Achieved NTP. Substantial completion revised based on updated baseline schedule. 
NTP 2/28/2022 2/15/2022 AB 
Substantially Complete 10/31/2023 _7/31/2023 92 
9007Q Pawtucket/Central Falls Commuter Rail Station and Bus Hub Delay due to supply chain management issues due to severe storms in the Gulf 
Region and COVID-19. 
Substantially Complete 7/31/2022 3/31/2023 RMB 


0082U Rt 138A - Aquidneck Ave (E Main Rd - Green End Ave) Achieved NTP. 
NTP 3/31/2022 3/18/2022 AS 

2604R Rt 146 Guide Signs - C-2 (Re-advertised) Accelerated NTP. 
NTP 2/28/2022 1/21/2022 BB 


Complete 


Schedule Changes Since Last Quarter 


Last Current 


Milestone Quarter Quarter +/- Comments 
0143C Bridge Group 54A - Kingston Rd Bridge Accelerated Completion. 
Substantially Complete __-6/30/2022__—‘1/4/2022 77 
2603P HSIP - Crosswalk & Signal Improvements 2020 Accelerated Completion. 


Substantially Complete 12/31/2022 2/1/2022 333) 


A-58 


Budget Changes Since Last Quarter 


PTS NAME Last Current 
Quarter Quarter 


+ 


/- 


In Design 

2605G _ Interstate Resurfacing (I-95 and I-295) $27.242 $32,242 $5,000 Adjusted to reflect added scope due to longer project limits. 

Subtotal $5.000 

In Construction 

2603N Rt 146 Reconstruction $150.000 $196.825 [ABIBRBE Revised for NTP Budget. 

0016U Bridge Group 42A $8.000  $6.485  [UNGISI5Y) Revised for NTP Budget. 

2601E — Bridge Group 51A - Rt 37 C-2 $75.946 $71.992  [GBIS5AY) Adjusted for Amtrak Bridges scope removal. 

0032B —_ Bridge Group 69E - Hunts Mills $8.524 $8.809 ~— $0.285 Increased design cost due to complexity of the project. 

0082N — East Shore Expwy & Wampanoag Tr $13.550 $11.019 (GIBB) Revised for NTP Budget. 

2603T — HSIP - Intersection & Crosswalks Central-South - 2022 $4.541  $4.919 [RSOIBZBI Revised for NTP Budget. 

0082U Rt 138A - Aquidneck Ave (E MainRd-GreenEndAve)  $8.391 + $8.911  NBOIBZU Revised for NTP Budget and increased design and ROW costs. 

2604R — Rt 146 Guide Signs - C-2 (Re-advertised) $5.000  $7.119 [RBARAB Revised for NTP Budget. 

Subtotal $42,127 

Complete 

0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 $2.409 $3.035  $0.626 Increased cost due to additional paving work. 

0114L Central RI Bridges - Group 12 (29 Bridges) $12.610  $9.522 [NGSIOBBY) Revised for project closeout. 

0114P 1-95 North & South Bridges at Toll Gate Road Nos. 683 $25.278 $26.649 (NSAI) The project was not resourced properly which resulted in 
increased costs. 

0013L Route 146 Corridor Bridges (38) $12.216 $12.431 90.215 Construction project budget not updated to reflect added scope. 

0162H  SRTS-C-3 (Smi, Wns) $2.365  $2.154 [GORA Revised for project closeout. 

0080E STC Misc Improvements 2018 $2.848 $2,857 — $0.009 Final closeout budget increased due to administrative charges. 

0026P ‘Trestle Trail Bridges - West $4.062  $5.698 $1,636 © Increased cost due to additional work required by the third party 
and a neighboring state. 

Subtotal $0.558 

Total $47.685 


A-59 


Index of Projects by Municipality 
Insert A 


Index of Projects by Municipality 


PTSID Project Name Type Appendix 
BARRINGTON 

0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
0082N East Shore Expwy & Wampanoag Tr PAVEMENT A-43 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0171D Nayatt Rd (Rumstick Rd - Washington Rd) PAVEMENT A-17 
2601U SRTS - C-1A (Bar) TRAFFIC A-28 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
BRISTOL 

2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2601G Bridge Group 44A - Silver Creek BRIDGE A-23 
0071P Metacom Avenue - HSIP TRAFFIC A-20 
BURRILLVILLE 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
2601A Bridge Group 43A - Mohegan BRIDGE A-30 
0201A Bridge Group 58B - Railroad Ave BRIDGE A-13 
2604Q HSIP - Intersection & Crosswalk - North-Central - 2022 TRAFFIC A-45 
CENTRAL FALLS 

0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0004D Broad St Regeneration PAVEMENT A-26 
9009B Pawtucket/Central Falls Transit Center Parking Lot TRANSIT A-46 
CHARLESTOWN 

2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-19 
0172N Rt 1A, Old Post Rd Charlestown PAVEMENT A-32 
COVENTRY 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0114W Bridge Group 12A - Sandy Bottom BRIDGE A-22 
0201B Bridge Group 58E - Barbs Hill Rd BRIDGE A-13 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0025E Coventry - Local Safety Improvements TRAFFIC A-9 
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PTSID 


Project Name 


Type Appendix 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-45 
0173H Old Summit Rd & Susan Bowen Rd (Rt 117 - Rt 117) PAVEMENT A-27 
2605V Statewide Resurfacing PAVEMENT A-44 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0026P Trestle Trail Bridges - West TAP/OTHER A-18 
CRANSTON 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2603M Bridge Group 04_R - Huntington BRIDGE A-40 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-11 
2603F Bridge Group 32 — 1-95 BRIDGE A-35 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-24 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-35 
0194C Bridge Group 59A - Park Ave RR BRIDGE A-14 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0025F Cranston - Local Safety Improvements TRAFFIC A-9 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
2604G HSIP - Intersection Safety - Rt 37 & Natick Ave TRAFFIC A-38 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0114T |-295 Bridges Contract | BRIDGE A-2 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0170B Replacement of the Park Avenue Bridge No. 480 Superstructure BRIDGE A-14 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-20 
0130E Rt 2 - Reservoir Ave (Sockanosset Cross Rd - Rt 12) PAVEMENT A-17 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-32 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-21 
2605V Statewide Resurfacing PAVEMENT A-44 
CUMBERLAND 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601D 2019 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-25 
0013T Bridge Group 14 - Rt 99 BRIDGE A-40 
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PTSID 


Project Name Type Appendix 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016Q Bridge Group 37 - |-295 Mendon BRIDGE A-41 
0145Q Bridge Group 48A - Howard Rd BRIDGE A-13 
0014M Bridge Group 62 - Manville Br BRIDGE A-24 
0004D Broad St Regeneration PAVEMENT A-26 
0114S Cumberland I-295 Corridor Bridges (37T - |) BRIDGE A-1 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0073X Intersection Safety Improvements to Rt 114 between Bear Hill Rd and I-295 Cumberland TRAFFIC A-19 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
EAST GREENWICH 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-23 
0156D Bridge Group 58A - Division St BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
EAST PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
0017B Bridge Group 49 - Henderson BRIDGE A-30 
2604M Bridge Group 57T-10 - Il-195 Washington North Phase 2 (Re-advertised) BRIDGE A-6 
0032B Bridge Group 69E - Hunts Mills BRIDGE A-36 
0082N East Shore Expwy & Wampanoag Tr PAVEMENT A-43 
0143W Horton Farm Bridge No. 472 (57M) BRIDGE A-1 
0013M |-195 Corridor Bridges (77) BRIDGE A-2 
0076R Rt 44 - Taunton Ave (Rt 1A/114 - Mass S/L) PAVEMENT A-27 
0131M Salt Storage Facility - East Providence OPERATING A-25 
0162A SRTS - C-1 (Cra, Epr) TRAFFIC A-21 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
EXETER 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0082S Boston Neck Rd & South County Tr PAVEMENT A-43 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0201L Bridge Group 57J - Browning Mill BRIDGE A-36 
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PTSID Project Name Type Appendix 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-38 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
FOSTER 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2604N HSIP - High Risk Rural Roads Improvements 2021 TRAFFIC A-44 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
GLOCESTER 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0061K Improvements to Rt 44/100 Intersection and Chepachet River Bridge Repair C-3E TRAFFIC A-10 
0091S Roadway Departure Mitigation - Systemic High Friction Surface Treatments-2018 TRAFFIC A-20 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-17 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
HOPKINTON 

0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-45 
2604S 1-95 (SR) (Connecticut S/L to RI-138) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-4 
0165V Woodville Road Improvements PAVEMENT A-8 
JAMESTOWN 

0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
JOHNSTON 

0173U 1 R Improvements to Winsor Avenue PAVEMENT A-6 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
0013G Bridge Group 09 - CRA, JOH BRIDGE A-11 
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0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0114V Bridge Group 35T-8 - |-295 C-3 BRIDGE A-12 
0013D Bridge Group 51B - Rt 37 C-3 BRIDGE A-35 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
0114U 1-295 Bridges Contract 2 BRIDGE A-2 
00252 Intersection Safety Improvements 2019 C-2 TRAFFIC A-39 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0138B Rt 6A - Hartford Ave C-2 (Rt 5 - Killingly St) PAVEMENT A-18 
0014F Simmonsville Bridge No. 326 (57C) BRIDGE A-3 
2605V Statewide Resurfacing PAVEMENT A-44 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0173Z US Route 6 Hartford Ave PAVEMENT A-8 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
LINCOLN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2603N Rt 146 Reconstruction BRIDGE A-35 
O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 
0013T Bridge Group 14 - Rt 99 BRIDGE A-40 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016R Bridge Group 39 - Rt 146 BRIDGE A-41 
0014Z Bridge Group 62T-11 - Louisquisset Pk BRIDGE A-14 
2604Q HSIP - Intersection & Crosswalk - North-Central - 2022 TRAFFIC A-45 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0165) Railroad St (Manville Hill Rd - Rt 126) PAVEMENT A-17 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
LITTLE COMPTON 
0173S Snell Road Improvements PAVEMENT A-7 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
MIDDLETOWN 
0078V ADA Improvements to Greene Lane PAVEMENT A-31 
0011E Aquidneck Avenue HSIP TRAFFIC A-19 
0076Z Aquidneck Avenue Improvements TRAFFIC A-19 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
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2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 TRAFFIC A-45 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-27 
0082U Rt 138A - Aquidneck Ave (E Main Rd - Green End Ave) PAVEMENT A-43 
2605V Statewide Resurfacing PAVEMENT A-44 
NARRAGANSETT 
0082S Boston Neck Rd & South County Tr PAVEMENT A-43 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0162G SRTS - C-2 (Nar) TRAFFIC A-29 
2602M STC Improvements - 2020 TRAFFIC A-34 
NEWPORT 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
0050A Pell Bridge Ramps - Phase 1 PAVEMENT A-27 
0050B Pell Bridge Ramps - Phase 2 PAVEMENT A-38 
0131P Salt Storage Facility - Newport OPERATING A-42 
NORTH KINGSTOWN 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0082S Boston Neck Rd & South County Tr PAVEMENT A-43 
0031Y Bridge Group 18B - EGR, NKS BRIDGE A-23 
0015B Bridge Group 46A - Lafayette Rd BRIDGE A-13 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
2601W Rt 1 - Post Rd (NKS) - Drainage STORMWATER A-38 
2602M STC Improvements - 2020 TRAFFIC A-34 
NORTH PROVIDENCE 
2603N Rt 146 Reconstruction BRIDGE A-35 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016R Bridge Group 39 - Rt 146 BRIDGE A-41 
0081W Route 146 Improvements PAVEMENT A-7 
2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
2602M STC Improvements - 2020 TRAFFIC A-34 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
NORTH SMITHFIELD 
2603N Rt 146 Reconstruction BRIDGE A-35 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
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2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
0021U Blackstone Bikeway 8C TAP/OTHER A-8 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-11 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0114) Bridge Group 38T-12 - Rt 146 Farnum Pk BRIDGE A-12 
0145C Bridge Group 53 - Union Village RR BRIDGE A-30 
2604Q HSIP - Intersection & Crosswalk - North-Central - 2022 TRAFFIC A-45 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-20 
0013L Route 146 Corridor Bridges (38) BRIDGE A-3 
0073S Rt 146 Guide Signs - C-1 - North TRAFFIC A-20 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
PAWTUCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
0013N Bridge Group 03 - I-95 BRIDGE A-22 
0004D Broad St Regeneration PAVEMENT A-26 
0192) High Friction Surface Treatment - I-95 Curves Pawtucket, Route 24, Route 37 TRAFFIC A-28 
0082D I-95 (Charles St - Lonsdale Ave) PAVEMENT A-32 
0114R I-95 Corridor Bridge Nos. 56101, 56121, 56201, 56221 (3T - F) BRIDGE A-2 
0082C 1-95 Resurfacing, C-2 (Pawtucket) PAVEMENT A-6 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0081K Pavement Preservation to Rt 1A (Newport Ave) PAVEMENT A-7 
90070 Pawtucket/Central Falls Commuter Rail Station and Bus Hub TRANSIT A-21 
9009B Pawtucket/Central Falls Transit Center Parking Lot TRANSIT A-46 
0016) Pine Street Bridge No. 548 (31) BRIDGE A-3 
0131N Salt Storage Facility - Pawtucket OPERATING A-36 
PORTSMOUTH 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
0007C East Main Road 1R Improvements PAVEMENT A-6 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603U HSIP - Intersection & Crosswalk Improvements East Bay - 2021 TRAFFIC A-45 
0081R Route 24 Improvements PAVEMENT A-7 
0131L Salt Storage Facility - Portsmouth OPERATING A-16 
2605V Statewide Resurfacing PAVEMENT A-44 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
PROVIDENCE 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
2603N Rt 146 Reconstruction BRIDGE A-35 
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0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013A Bridge Group 01 - PVD BRIDGE A-22 
2603M Bridge Group 04_R - Huntington BRIDGE A-40 
0013P Bridge Group 06 - PVD BRIDGE A-11 
0013S Bridge Group 13A - Rt 146 C-1 BRIDGE A-11 
0031Z Bridge Group 13B - Rt 146 C-2 BRIDGE A-40 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0017E Bridge Group 16T-13 - Woonasquatucket Br BRIDGE A-12 
2603F Bridge Group 32 — 1-95 BRIDGE A-35 
0017G Bridge Group 38C - Geneva Pond BRIDGE A-12 
0114x Bridge Group 40A - Hawkins BRIDGE A-23 
0015D Bridge Group 40B - Bath St East BRIDGE A-23 
0017B Bridge Group 49 - Henderson BRIDGE A-30 
2604M Bridge Group 57T-10 - |-195 Washington North Phase 2 (Re-advertised) BRIDGE A-6 

0014N Bridge Group 59C - Reservoir Ave RR BRIDGE A-36 
0167C Bridge Group 75 - Rt 146 Louisquisset Pk Ramp BRIDGE A-14 
0018B Bridge Group 75T-5 - I-95 Viaduct NB BRIDGE A-30 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 

0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2604Q HSIP - Intersection & Crosswalk - North-Central - 2022 TRAFFIC A-45 
0153K HSIP - Intersection Safety Improvements - 2020 TRAFFIC A-33 
0070! HSIP - Signalization of Allens Ave. C-5 TRAFFIC A-33 
0013M |-195 Corridor Bridges (77) BRIDGE A-2 

0012Q |-195 Relocation - C-17 - Waterfront Parks PAVEMENT A-16 
0012T I-195 Relocation - C-18 - Gano St PAVEMENT A-16 
0012X |-195 Relocation - C-19 - Parks/Bridge Compltion PAVEMENT A-37 
0082D 1-95 (Charles St - Lonsdale Ave) PAVEMENT A-32 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 

0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0025Z Intersection Safety Improvements 2019 C-2 TRAFFIC A-39 
9003E Materials Lab - Quality Assurance OPERATING A-24 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0114N Oxford Street Bridge No. 653 (2T) BRIDGE A-3 

9005V Providence Station Improvements SOGR TRANSIT A-46 
0027B Reconstruction of the Route 6/10 Interchange BRIDGE A-3 

0081W Route 146 Improvements PAVEMENT A-7 
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2604R Rt 146 Guide Signs - C-2 (Re-advertised) TRAFFIC A-45 
2605V Statewide Resurfacing PAVEMENT A-44 
0080H STC - Allens Avenue at Terminal and Ernest TRAFFIC A-21 
O0080E STC Misc Improvements 2018 TRAFFIC A-29 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
RICHMOND 
OO86Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2601Z 2019 Rubberized Asphalt Chip Seal PAVEMENT A-26 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0170C Baker Pines Bridge No. 593 BRIDGE A-1 
0082S Boston Neck Rd & South County Tr PAVEMENT A-43 
2606B Bridge Group 45B_H - Kings Factory (Re-Advertised) BRIDGE A-41 
0143C Bridge Group 54A - Kingston Rd Bridge BRIDGE A-24 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0168H Hope Valley Bridges (69D) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2604S 1-95 (SR) (Connecticut S/L to RI-138) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0102R Rt 138 & Rt 112 Roundabout TRAFFIC A-45 
0114K Wood River Valley Bridge No. 404, I-95 North & South (7T - A) BRIDGE A-4 
0165V Woodville Road Improvements PAVEMENT A-8 
SCITUATE 
0173U 1 R Improvements to Winsor Avenue PAVEMENT A-6 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
0105E 2018 Rubberized Asphalt Chip Seal C-1 OPERATING A-16 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
2601C 2019 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-26 
2603A 2020 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-31 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0015C Bridge Group 16B - FOS, JOH, PVD, SCI BRIDGE A-22 
0173G Central Pk & Battey Meetinghouse Rd PAVEMENT A-27 
0079P Danielson Pk (Rt 102 - West Greenville Rd) PAVEMENT A-31 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
0173K Rockland Rd (Central Pk to Danielson Pk) PAVEMENT A-17 
0173C Rt 115 Main St. (Rt 116 To Jackson Flat Rd.) PAVEMENT A-32 
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0081Y Rt 6 - (Rt 102 - Rt 101) PAVEMENT A-28 
01732 US Route 6 Hartford Ave PAVEMENT A-8 
SMITHFIELD 
0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
2602A 2019 Paver Placed Elastomeric Surface Treatment C-3 PAVEMENT A-26 
2602Z 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
0013R Bridge Group 10 - |-295 BRIDGE A-30 
0013V Bridge Group 16A - FOS, GLO, PVD, SCI, SMI BRIDGE A-22 
0013W Bridge Group 17 - BUR, CUM, LIN, NPR, NSN, SMI BRIDGE A-23 
0016N Bridge Group 35 - |-295 BRIDGE A-35 
0091U HSIP - Intersection Safety - Route 6 & 7 TRAFFIC A-38 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0025R Intersection Safety Improvements to Rt 44 at Smithfield Crossings TRAFFIC A-20 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0061A Rt 44 - C-3B (RIDOT Maint Facility - W. Greenville Rd) PAVEMENT A-17 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-29 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
SOUTH KINGSTOWN 
OO086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0086X 2017 Rubberized Asphalt Chip Sealing OPERATING A-5 
0105A 2018 Rubberized Asphalt Chip Seal C-2 OPERATING A-16 
2601F 2019 Paver Placed Elastomeric Surface Treatment C-2 PAVEMENT A-26 
0082S Boston Neck Rd & South County Tr PAVEMENT A-43 
0139D Bridge Group 54B - Rt 138 Kingston Station RR BRIDGE A-41 
0166M High Street/Kingstown Road Stormwater Mitigation STORMWATER A-8 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-45 
0073Z HSIP-Intersection Safety Improvements to Route 108 at Curtis Corner Rd TRAFFIC A-9 
0081D Improvements to US Route 1 (South Kingstown) PAVEMENT A-6 
OO55L Old Tower Hill Rd (Rt 108 - Rt 1) PAVEMENT A-27 
STATEWIDE 
0084C 2017 Crack Sealing Limited Access OPERATING A-4 
0084B 2017 Crack Sealing North and East Regions OPERATING A-4 
0084A 2017 Crack Sealing South and Central Regions OPERATING A-4 
0105C 2018 Crack Sealing Limited Access OPERATING A-15 
0105F 2018 Crack Sealing North and East Regions OPERATING A-15 
0105B 2018 Crack Sealing South and Central Regions OPERATING A-15 
0105H 2018 Crack Sealing South and Central Regions C-2 PAVEMENT A-25 
2602B 2019 Crack Sealing North and East Regions C-1 PAVEMENT A-25 
2602C 2019 Crack Sealing South and Central Regions C-1 PAVEMENT A-25 
2604C 2021 Crack Sealing North, South, Central Regions C-1 PAVEMENT A-37 
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2604A 2021 Paver Placed Surface Treatment C-1 PAVEMENT A-37 
2604B 2021 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-37 
2605C 2022 Crack Sealing C-1 PAVEMENT A-42 
2605A 2022 Paver Placed Surface Treatment C-1 PAVEMENT A-42 
2605B 2022 Rubberized Asphalt Chip Seal C-1 PAVEMENT A-42 
0025) High Friction Surface Treatments 2016 TRAFFIC A-9 
2601Y HSIP - Roadway Departure Mitigation - 2020 TRAFFIC A-33 
0006A Rhodeworks Toll Facilities TAP/OTHER A-8 
0091T Roadway Departure Mitigation - Non-Freeway Roadside Improvements 2019 C-1 TRAFFIC A-28 
2605X Statewide Congested Corridor Upgrades TRAFFIC A-44 
0073J Statewide Pavement Striping Eastbay 17-18 OPERATING A-5 
0025P Statewide Road Diet 2017 TRAFFIC A-10 
0072) Traffic Signal Optimization, C-3, 2016 TRAFFIC A-10 
TIVERTON 

O086Y 2017 Paver Placed Elastomeric Surface Treatment OPERATING A-5 
0015A Bridge Group 15B - Aquidneck Island BRIDGE A-12 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
2605U US-6, RI-94, Reynolds Rd, & East Rd PAVEMENT A-44 
WARREN 

0188A Barrington & Warren Bike Path Bridges BRIDGE A-40 
0083R Birch Swamp & Schoolhouse Rd (Market St - Long Ln) PAVEMENT A-37 
0013U Bridge Group 15A - East Bay BRIDGE A-11 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
0071P Metacom Avenue - HSIP TRAFFIC A-20 
0162D SRTS - C-4 (Wrn) TRAFFIC A-39 
WARWICK 

0025S 2018 Roadway Departure Mitigation - C-1 TRAFFIC A-18 
0025K 2018 Intersection Safety Improvements - Statewide TRAFFIC A-18 
0105G 2018 Paver Placed Elastomeric Surface Treatment C-2 OPERATING A-15 
00740 Airport Connector & Rt 1/1A Post Rd. PAVEMENT A-42 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0016U Bridge Group 42A BRIDGE A-41 
2601E Bridge Group 51A - Rt 37 C-2 BRIDGE A-24 
0014D Bridge Group 59B - Centerville Rd BRIDGE A-14 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2604P HSIP - Intersection & Crosswalk - East-South - 2022 TRAFFIC A-44 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-45 
2603S HSIP - Roadway Departure Mitigation - 2021 TRAFFIC A-39 
0201V 1-95 Corridor Preservation - Bridge Washing (58C) OPERATING A-5 
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0114P I-95 North & South Bridges at Toll Gate Road Nos. 683, 684 (5T - C) BRIDGE A-2 
0088A I-95 Resurfacing (Rt 2 to Service Avenue) PAVEMENT A-6 
0025N Intersection Safety Improvements 2017 Statewide TRAFFIC A-19 
0011D Intersection Safety Improvements Newport, Warwick, Johnston TRAFFIC A-10 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
0025Q Roadway Departure Mitigation - Guardrail and Median Improvements to I-95 (Warwick) and Rt 146 TRAFFIC A-20 
0166H Route 4 Improvements, C-2 PAVEMENT A-7 
0079B Rt 5 - Lambert Lind Hwy C-1 (Mayfield Ave - I-95) PAVEMENT A-32 
2605V Statewide Resurfacing PAVEMENT A-44 
2602L STC — 1-295 SB at Bald Hill Rd TRAFFIC A-33 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
O080E STC Misc Improvements 2018 TRAFFIC A-29 
WEST GREENWICH 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
0013F Bridge Group 05 - EGR, EXE, WAR, WGR BRIDGE A-11 
0143A Bridge Group 57K - Big River BRIDGE A-13 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
0091P HSIP - Crosswalk & Sign Enhancements TRAFFIC A-32 
2604D I-95 SB High Speed Lane Resurfacing PAVEMENT A-38 
0011U Mileage Based Exit Renumbering C-4: I-95 (Re-advertised) TRAFFIC A-39 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
0168C Victory Highway Bridge No. 589 (71) BRIDGE A-4 
WEST WARWICK 
0105D 2018 Paver Placed Elastomeric Surface Treatment C-1 OPERATING A-15 
26022 2020 Paver Placed Elastomeric Surface Treatment C-1 PAVEMENT A-31 
2603G Bridge Group 33A - I-295 Providence St. BRIDGE A-40 
0016U Bridge Group 42A BRIDGE A-41 
0114L Central RI Bridges - Group 12 (29 Bridges) BRIDGE A-1 
2603P HSIP - Crosswalk & Signal Improvements 2020 TRAFFIC A-33 
2605G Interstate Resurfacing (I-95 and I-295) PAVEMENT A-43 
0080C STC - Statewide Pedestrian and Intersection Safety Improvements TRAFFIC A-21 
WESTERLY 
2603B 2020 Crack Sealing Limited Access C-1 PAVEMENT A-31 
2602X Bridge Group 45C_H - Cottrell BRIDGE A-35 
2603T HSIP - Intersection & Crosswalks Central-South - 2022 TRAFFIC A-45 
0072Z HSIP - Rt 1, S. County Median Guardrail TRAFFIC A-19 
0081) Rt 78 (Rt 1 - Conn S/L) PAVEMENT A-28 
2602M STC Improvements - 2020 TRAFFIC A-34 
2601H STC Misc Improvements 2019 TRAFFIC A-29 
WOONSOCKET 
0073M 2017-2018 Statewide Pavement Striping -North OPERATING A-5 
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0021U Blackstone Bikeway 8C TAP/OTHER A-8 
0021S Blackstone River Bikeway - 8B-1 TAP/OTHER A-18 
0153T Diamond Hill Road Improvements at Mendon Road TRAFFIC A-9 
0162H SRTS - C-3 (Smi, Wns) TRAFFIC A-29 
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